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RD, (STA. 292+00 TO STA. 298+00) 


12' 8' 17' 

l88 .2 6 MAJbjT-.-ROV 


EL 200 


-'' - ’ J— 6: J 


■1' (TYP. ) TYPE I LOOSE ROCK RIPRAP 


-GEOTEXTILE FABRIC. 


STATION 297 + 65 


BEGIN SHIFTING TYPICAL 
SECTION TO THE WEST. (LEFT ) 


12 1 8' 17' 

EL. 188.08 MAINT. RD. 


6 ; / 


STATION 294 + 00 


PLACE 6" THICK COMPACTED 
-EARTH ON LOOSE ROCK FIR MAINT. 
RD. (STA. 292+00 TO STA. 298+00) 
AND RAMP—, 


EL 200 


'-1' (TYP. ) TYPE I LOOSE ROCK RIPRAP 

-GEOTEXTILE FABRIC. 


EL 180 


10 0 
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CROSS SECTIONS 

LLAGAS CREEK REACH 3A-4 
LOWER LLAGAS CREEK WATERSHED 
SANTA CLARA COUNTY, CALIFORNIA 

A U.S. DEPARTMENT OF AGRICULTURE 
O SOIL CONSERVATION SERVICE 

DATE 

O.HALLSTROM 5-90 


CA-E-23981V 
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maw 
















































BORING 20 

JUNE 1982 
STA. 297 + 50 


BORING 34 

JUNE 1982 
STA. 307 + 50 


BORING 26 

JUNE 1982 
STA. 320 + 00 


EL. 207.2 0' 


CL - CLAY, SANDY, BROWN 


EL. 208.6 


EL. 211.8 


CL - CLAY. SILTY. DK. BROWN 


ML - SILT. CLAYEY. LT. BROWN 


SM - SAND. Sit 1 Y. GRAVELLY. GREY BROWN 


GM - GRAVEL-SILTY. SANDY 


GP - GRAVEL, SANDY. BROWN 


CH - CLAY. LT. BROWN 


(NO W . T . ) 


i3' ra 


(NO W.T . ) 15' 


GC - GRAVEL, CLAYEY 


SO] GC/GP - GRAVEL. CLAYEY. SANDY 


CL - 'AY. GRAVELLY. SANDY 


CL - CLAY-GRAVELLY, 
GREY BROWN 


CL - CLAY. SILTY, SANDY, ORANGE TAN 
AND BLACK 


ML/GM - SILT/GRAVEL. OCHRE 


NOTE; WATER LEVELS (W.T. ) SHOWN 
ARE SUBJECT TO FLUCTUATION 


SOIL BORINGS LOG 

LOWER LLAGAS CREEK REACH 3A-4 
LOWER LLAGAS CREEK WATERSHED 
SANTA CLARA COUNTY, CALIFORNIA 

A U.S. DEPARTMENT OF AGRICULTURE 
^ SOIL CONSERVATION SERVICE 


eD D. HALLSTROM 3-90 
C. VELASQUEZ 3-90 
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U.S. Department of Labor 



GENERAL WAGE DECISION NO. CA90-4 


Supersedes General Wage Decision No. CA89-4 


State: CALIFORNIA 


county(ies): ALAMEDA, ALPINE, AMADOR. BUTTE, CALAVERAS, COLUSA. 

CONTRA COSTA, DEL NORTE, EL DORADO. FRESNO, GLENN, HUMBOLDT, KINGS. 
LAKE. LASSEN. MADERA, MARIN. MARIPOSA, MENDOCINO. MERCED, MODOC. 
MONTEREY, NAPA, NEVADA, PLACER, PLUMAS. SACRAMENTO, SAN BENITO, SAN 
FRANCISCO, SAN JOAQUIN, SAN MATEO, SANTA CLARA, SANTA CRUZ, SHASTA. 
SIERRA, SISKIYOU. SOLANO, SONOMA, STANISLAUS. SUTTER, TEHAMA, TRINIT*, 
TULARE, TUOLUMNE, YOLO, AND YUBA 


Construction 

Type: BUILDING, HEAVY, HIGHWAY, RESIDENTIAL & DREDGING 


Construction 

Description: Building Construction (does not include Amador, Del 

Norte, Humboldt, Lake, Mendocino and Tulare Counties); Heavy 
construction (does not include TV/Grout work or Water Well Drillingi; 
Highway construction; and Residential construction (includes single 
family homes and apartments up to and including four stories) (does 
not Include Alpine, Amador, Butte, Colusa, Del Norte, Fresno, Glenn. 
Humboldt, Kings, Lake, Lassen, Madera. Mendocino, Modoc, Plumas, 
Shasta, Sierra, Siskiyou, Stanislaus, Tehama. Trinity, and Tulare 
Counties). This decision does not include hopper dredge work or 
the installation of solar energy systems. 

Modification Record: 


No . 

Pub 1ication Date 

Page No.(s ) 

1 

Jan. 

12. 1990 

77,83-86 

2 

Jan. 

19. 1990 

72-86,89,98-99 

3 

Feb. 

16. 1990 

76-83.87,88.93 

4 

Mar . 

16, 1990 

71-72,74,79-90 

5 

May 

4, 1990 

71-76,78-105 

6 

May 

25. 1990 

72-83,86,90 

7 

June 

29, 1990 

73-75,77 

8 

July 

27. 1990 

73-88,90 

9 

Aug. 

3. 1990 

72-80,82-8^ 

86-87,90 

10 

Aug. 

31, 1990 

72-74.77,81 

82-84,86 

87,97 11 

Sept. 28, 1990 

75-76,80,83 

84,87,89 

12 

Oct . 

5, 1990 

91-106 

13 

Dec . 

14, 1990 

72-86,89-94 

14 

Jan. 

4, 1991 

71-100 

15 

Jan. 

25, 1991 

72,73,75-89 


(Jan. 4, 1991) 
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U.S. Department of Labor 


CA90-4 

BASIC 

FRINGE 


HOURLY 

BENEFITS 


RATES 


BOILERMAKERS 

♦BRICKLAYERS: STONEMASONS: 

24.60 

4 80 

Area 1 

23.97 

9.48 

Area 2 

24.21 

8.16 

Area 3 

19.96 

5.74 

Area 4 

21.15 

5.60 

Area 5 

21.23 

6.90 

♦Area 6 

23.44 

9.05 

Area 7 

21.76 

5.55 

Area 8 

22.09 

5.21 

BRICK TENDERS: 



Area 1 

18.29 

4.21 

Area 2 

20.28 

6.60 

Area 3 

19.54 

4.21 

Area 4 

19.29 

4.21 

Area 5 

20. 54 

4.21 

Area 6 

19.69 

8.01 

Area 7 

18.50 

4.75 

Area 8 

19.50 

4.75 

CARPENTERS: 



Area 1 : 



Carpenters; Piledrivers - bridge builder 

23.53 

6.605 

Hardwood Floorlayers; Shinglers; 



Power Saw Operators; Steel 

Scaffold Erector and Steel 

Shoring Erector; Saw Filers 

23.68 

6.605 

M111wr1ghts 

23.72 

7.855. 

Pi1edriver 

21.38 

9.935 

Area 2: Now excludes Monterey-Santa 



Cruz Counties: 



Carpenters; Piledrivers - bridge builder 
Hardwood Floorlayers; Shinglers; 

20.05 

6.605 

Power Saw Operators; Steel 

Scaffold Erector and Steel 

Shoring Erector; Saw Filers 

20.20 

6.605 

Mil 1wrights 

20.89 

7.855 

Pi1edriver 

Area 3: Monterey and Santa Cruz Cos. 

21.38 

9.935 

Carpenters; Piledrivers - bridge builder 

20.90 

6.605 

Hardwood Floorlayers; Shinglers; 



Power Saw Operators; Steel 

Scaffold Erector and Steel 

Shoring Erector; Saw Filers 

21.05 

6.605 

Mil 1wrights 

21 . 74 

7.855 

Pi1edriver 

Area 4 (Residential): 

21 . 38 

9.935 

Carpenters 

Hardwood Floorlayers; Power Saw 

19.93 

7 „ 665 

Operator; Saw Filers; Shinglers; 

Steel Scaffold Erector and Steel 

Shoring 

20.08 

5.665 

Mi11wrights 

22.56 

7 . 105 

Area 5 (Residential): 



Carpenters 

21.96 

5 „ 665 



U.S. Department of Labor 


CA90-4 



Hardwood F1 oor1ayers ; Power Saw 
Operator; Saw Filers; Shinglers: 
Steel Scaffold Erector and Steel 


Shoring 

22.11 

5.665 

CEMENT MASONS: 



Cement Masons 

Swing or slip form scaffolds; Mastic, 

19.63 

4.73 

Magnesite, gypsum, epoxy, polyester, 
resin and all composition 

19.88 

4.73 

DIVERS: 



Divers 

33.13 

8.815 

Diver Tender 

21.88 

8.815 

DRYWALL FINISHER/TAPER: 



Area 1 : 

24.33 

5.79 

•Area 2-A 

25.88 

4.74 

Area 2-B 

24.18 

5.54 

DRYWALL INSTALLER/LATHER: 



Area 1 : 



Drywall Insta l 1 er/Lather 

23.06 

7.055 

Drywall Stocker-Scrapper 

11.53 

4.205 

Area 2: 



Drywa’l Instal 1 er/Lather 

20.08 

7.055 

Drywall Stocker-Scrapper 

Area 3: 

10.04 

4.205 

Drywall Installer/Lather 

20.43 

7.055 

Drywall Stocker-Scrapper 

10.22 

4.205 


ELECTRICIANS: 

Communications & Systems Technician (including any data system whose 
only function is to transmit or receive Information; Excluding all 
other data systems or multiple systems which include control 
function or power supply); (Inclusion or exclusion of terminations 
and testings of conductors determined by their function); Exc'uding 
fire alarm work when installed in raceways (including wire anc 
cable pulling) and when performed on new or major remodel bui'ding 
projects or jobs); Excluding installation of raceway systems, 'ine 
voltage work, industrial work, life-safety systems (all buildmgs 
having floors located more than 75' above the lowest floor level 
having building access); Excluding energy management systems: 

Alameda, Colusa, Contra Costa, El Dorado, Lake, Marin, Mendocino. 
Monterey, Napa, Nevada, Placer, Sacramento. San Benito. San 
Francisco, San Mateo, Santa Clara. Santa Cruz, Sierra, Solano, 

Sonoma, Sutter, Yolo and Yuba Counties: 

Communications and Systems Installer 15.G3 2.56 + 3"/ t 

Communications and Systems Technicians 17.99 2.56 +3% 

Alpine, Amador, Butte, Calaveras, Del Norte Fresno, Glenn, 

Humboldt, Kings, Madera, Merced, Modoc, Placer, Plumas, San Joaquin, 
Shasta, Siskiyou, Stanislaus, Tehama, Trinity, Tulare and Tuolumne 
Count 1es: 

Communications and Systems Installer 13.79 2.56 +3 % 

Communications and Systems Technician 14.85 2.56 +3% 

E1ectricians: 

Area 1 25.27 3%+ 9.436 

Area 2 

Sound & Signal Technician 15.15 1.50 

Work on single family homes and 
apartments up to and including 
3 stories 


Vol. Ill 


12.24 3%+ 2.51 





CA90-4 


All other work: 

Electrical subcontracts over $5,000,000: 


E1ectricians 

23.98 

37+ 5.76 

Cab!e Splicers 

26 , 38 

3%+ 5.76 

Tunnel work 

24,23 

37+ 5.76 

Electrical subcontracts under $5,000,000: 



E1ectricians 

19.60 

37+ 4-51 

Cable Splicers 

2 1.56 

37+ 4-51 

Tunnel work 

Area 3 

IS . 85 

37+ 4.51 

E1ectricians 

18.59 

4.77+ 37 

Cable Splicers 

20.45 

4.77 + 37 

Tunnel workers 

19.52 

4.77 + 37 

Residential electricians 

Area 4: 

Work on single family homes and 

12.27 

3.18 

apartments up to and including 3 stories 

A 11 other work: 

16.50 

2.61 + 37 

E1ectricians 

21.09 

6.34+ 37 

Cable Sp1icers 

Area 5: 

23.62 

6.34+ 37 

E1ectricians 

22.66 

8.50 +37 

Cab 1e Sp1icers 

Area 6: 

24.66 

8.50 +37 

E1ectricians 

18.29 

5.70+ 37 

Cab 1e Sp1icers 

19.75 

5.70+ 37 

Residential Electricians 

Area 7: 

Work, on single family homes and apart- 

12.50 

147+ 9.2.5 

meats up to and including 3 stories 

All other construction: 

10.00 

37 

E1ectricians 

19.75 

6.36+ 37 

Cable Splicers 

Area 8: 

Work on single family homes and apart¬ 

21.73 

6.36+ 37 

ments up to and including 3 stories 

A 11 other work: 

13.20 

3.24 + 37 

E1ectricians 

22.70 

7.34 + 37 

Cable Splicers 

Area 9: 

Work on single family homes and apart¬ 

24.97 

7.34 + 37 

ments up to and including 3 stories 

A 11 other work: 

Zone 1 : 

14.00 

6.12 + 37 

E1ectric1ans 

20.97 

5.87 + 3% 

Cable Splicers 

Zone 2: 

22.96 - 

5.87 + 37 

E1ectricians 

22.72 

5.87 + 3% 

Cable Splicers 

Zone 3: 

24.88 

5.87 + 37 

E1ectricians 

23.97 

5.87 + 37 

Cable Splicers 

Area 10: 

Work on single family homes and 
apartments up to and including 

26.26 

5.87 + 37 

3 stories 

A 11 other work: 

Zone 1 : 

10.17 

5.54 + 4% 

E1ectricians 

20.33 

3%+ 8.28 
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Cable Spiicers 

Zone 2: 

22.87 

37+ 8.28 

Electrician 

21.96 

37+ 8.28 

Cable Spiicers 

Zone 3: 

24.50 

37+ 8.28 

E1ectricians 

23.58 

37+ 8.28 

Cable Spiicers 

Area 11: 

Work on single family homes and 
apartments up to and including 

26. 12 

37+ 8.28 

4 stories 

Work on electrical contracts under 
$250,000 except for change orders: 

12.00 

2.00 + 37 

Electricians 

18.87 

5.50+ 3°/ 

Cable Spiicers 

All other electrical construction: 

21.23 

5.50+ 37 

E1ectr1cians 

24.87 

5.50+ 3% 

Cable Spiicers 

Area 12: 

27.98 

5.50+ 3% 

E1ectrician 

27.65 

8.61 + 37 

Cable Spiicers 

31.11 

8.61 + 37 


Area 13: 

Residential wood frame remodel and repair 
in all wood constructed buildings and not 
to exceed 24 living units; and new wood 
frame single structure one or two family 
houses, or on all wood constructed 
buildings not to exceed 20 living units 
under one roof excluding projects or 
tracts containing more than 2 houses, or 


more than 1 building 


16.96 

5.315 +37 

A 11 other work: 

E1ectric1ans 


28.26 

10.605 + 37 

Cable Spiicers 


31.79 

10.605 + 37 

Area 14 


26.80 

8.17+ 37 

Area 15: 

E1ectricians 


24.17 

4.77+ 37 

Cable Spiicers 


26.59 

4.77+ 37 

Tunnel Work 


25.38 

4.77+ 37 

ELEVATOR CONSTRUCTORS: 

Mechanics 


33.03 

5.67 + a 

Helpers 


23.12 

5.67 + a 

Probationary Helpers 


16.515 


♦GLAZIERS: 

Area 1 


22.82 

6.84 

Area 2 


17.83 

8.68 

Area 3 (Residential) 


10.00 

2.72 

Area 4 (Residential) 


9.82 

1.70 

Area 5 


20.70 

4.74 

Area 6: 

Work on places used for 
primary residence 

permanent or 

16.27 

4.90 

A11 other work 


22.59 

7.07 

Area 7 


23. 17 

6.38 

INSULATORS/ASBESTOS WORKERS: 

(See Scope of Work) 


28.50 

5.71 

IRONWORKERS: 

Fence Erectors 


19. 16 

10.75 

Ornamental, Reinforcing, 

& Structural 

20.05 

10.75 


Vol. Ill 
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BASIC 

FRINGE 


HOURLY 

RATES 

BENEFI 

♦LABORERS: 

ASBESTOS REMOVAL: 

(See Scope of work ) 

Lead person 

18.21 

6.21 

Asbestos removal worker 

10.00 

3.78 

LABORERS: 

TUNNEL & SHAFT LABORERS : 

Group 1 

21.93 

6.24 

Group 2 

21.45 

6.24 

Group 3 

21.18 

6.24 

Group 4 

21.00 

6.24 

Group 5 

20.46 

6.24 


BASIC 

BASIC 


HOURLY 

HOURLY 


RATES 

RATES 


AREA 1 

AREA 2 

LABORERS: 

Construction Specialist Group 

19.21 

18.21 

Group 1 

18.61 

17.61 

Group 1-a 

18.83 

17.83 

Group i-b: see note below 

Group 1-c 

18.66 

17.66 

Group 1-d: see note below 

Group 1-e 

19.16 

18.16 

Group 1-f 

19.19 

18.19 

Group 1-g (Contra Costa County Only) 

18.81 

18.81 

Group 1-h: see note below 

Group 2 

18.46 

17.46 

Group 3 

18.36 

17 . SS- 

Group 4 

12.05 

II . 05 

GUNXTE LABORERS: 

Group 1 

19.57 

18.57 

Group 2 

19.07 

18.07 

Group 3 

18.48 

17.48 

Group 4 

18.36 

17.36 

WRECKING WORK: 

Group 1 

18.61 

17.61 

Group 2 

18.46 

17.46 

Group 3 

18.36 

17.36 

GARDENERS. HORTICULTURAL AND LANDSCAPE 

LABORERS: 

New Construction 

18.36 

17 . se¬ 

Establishment Warranty F’eriod 

12.05 

ll . 05 


Note : 

See Group 1-b, Group 1-d and Group 1~h under group descriptions. 
Fringe Benefits $6.24 (for above classifications) 


Vol. Ill 
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BASIC FRINGE 
HOURLY BENEFITS 
RATES 


LATHERS : 

Area 1 : 

All other construction: 


Lathers 


20.01 

7.36 


Stocker/Scrappers 


10.51 

3.81 


Work on single family homes 

and apart- 




ments up to and including 3 

stor i es: 




Lathers 


16.785 

7.36 


Stocker/Scrappers 


8.81 

3.81 


♦LINE CONSTRUCTION: 





Area 1 : 





Ground 


18.00 

3%+ 8 

. 50 

Line Equipment Operator 


20. 39 

3°/c+ 8 

. 50 

Line Worker 


22.66 

3%+ 8 

. 50 

Cable Splicers 


24.66 

3%+ 8 

. 50 

Area 2 : 





Zone 1: 





Group 1 


22.75 

5.25 

+ 3 = % 

Group 2 


18.65 

3.25 

+ 3 =% 

Group 3 


15.35 

3.25 

+ 3 . IV, 

Group 4 


16.08 

2.55 

+ 3.5’/c 

Group 5 


14.07 

2.55 

+ 3 . zY 

Group 6 


14.07 

2.55 

+ 3 . SVe 

Group 7 


13.23 

2.55 

+ 3 .5/e 


Zone Differental: 

Add to Zone 1 rate: 
Zone 2 - $2.40 
Zone 3 - $3.15 
Zone 4 - $3.90 
Zone 5 - $5.15 


Area 3: 


Line Worker 

19.75 

6.36+ 3% 

Ground; Truck Driver 

14.81 

6.36+ 3°/c 

Line Clearance worker 

11.85 

6.36+ 3% 

Area 4 : 

Ground; Ground-truck driver 

15.82 

6.19 + 3. 

Line Equipment Operators 

18.98 

6.19 + 3. 

Line Worker 

21.09 

6.19 + 3. 

Cable Splicers 

23.73 

6.19 + 3. 

Area 5; 

Ground 

14.46 

4.79 

Line Worker — - 

22.75 

5.25 

Cable Splicers 

22.75 

5.25 

Area 6: 

Line Worker; Cable Splicer 

24.47 

5.05 + 3% 

Ground 

18.35 

5.05 + 3 % 

Area 7: 

Ground 

15. 16 

3%+ 4.77 

Line Worker; Equipment Operators 

18.59 

3%+ 4.77 

Cable Splicers 

23.45 

3%+ 4.77 

Area 8 

Line Technicians 

25.27 

9.436 + 3 

Area 9: 

Ground 

18. 10 

3%+ 6.31 


VnI III 
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Equipment Operators 

20.37 

3%+ 6.31 

Line Worker 

22.63 

3%+ 6.31 

Cab '1 e .Spl i cers 

24.89 

3%+ 6.31 

Area 10: 

Cable splicer 

22.25 

4.79 + 3•/, 

Ground 

14.46 

4.79 + 3% 

Equipment Operator 

24.57 

6.17 + 3% 

Line Worker 

22.25 

4.79 + 3% 

Area 11: 

Ground 

14.63 

4%+ 4.70 

Line Worker 

18,29 

' 4%+ 5.50 

Heavy Equipment Operator 

16.46 

4%+ 5.10 

Cable Splicer 

19.75 

4%+ 5.50 

Area 12: 

Ground 

24.02 

10.465+ 4% 

Line Worker; Technicians;; 

Ground/driver 

28.26 

10.465+ 47c 

Cable Splicers 

31.79 

10.465+ 47 c 

Area 13: 

Ground 

24.08 

3%+ 7.47 

Line Worker 

27.40 

3%+ 8.26 

Cable Splicers 

30.06 

3%+ 8.26 

Area 14: 

Ground 

14.46 

4.79 + 37c 

Heavy Equipment Operators 

20.57 

4.74 + 37c 

Line Worker 

22.25 

4.79 + 37c 

Cable Splleers 

22.25 

4.79 + 37c 

Area 15: 



Zone 1: 

Line Technician and 

Equipment Operator 

20.33 

4%+ 8.08 

Cable Splicer 

22.87 

4%+ 8.08 

Ground - Truck Driver 

15.25 

4%+ 6.81 

Zone 2 : 

Line Technician and 

Equipment Operator 

21.96 

47c+ 8.08 

Cable Splicer 

24.50 

47c+ 8.08 

Ground - Truck Driver 

16.88 

4%+ 6.81 

Zone 3: 

Line Technician aind 

Equipment Operator 

23.58 

47c+ 8.08 

Cab 1e Spl1cer 

26.12 

4%+ 8.08 

Ground - Truck Driver 

18.50 

4%+ 6.81 

Area 16 : 

Line technician 

24.17 

37.+ 4.77 

Cable splicer 

26.59 

37c+ 4.77 

Ground 

15.16 

37e+ 4.77 

MARBLE SETTERS & TERRAZZO WORKERS: 

Area 1 

•26.05 

10.05 

Area 2 

20.76 

5,55 

Area 3 

21.15 

5.60 

MARBLE, TERRAZZO, AND TILE SETTERS: 

Area 1 

20.89 

6.27 

MARBLE FINISHERS: 

Area 1 

13.92 

3.67 

PAINTERS: 


^c: 


VOI. Ill 


7 S f .Ian 


^ QO A \ 



U:S. Department of Labor 


CA90-4 


Area 1 : 


Brush 

13.39 

4.60 

Spray 

Sandblaster, Scaffold, Sheetrock, 

14.14 

4.60 

Structural Steel. Swing Stage, 

Taper 

13.79 

4.60 

Area 2: 

Painters, Tapers and Texturers 

Area 3: 

17.29 

3.86 

Brush 

Paperhanger, Taper, Spray, & 

16.20 

5.82 

Sandblast 

Hazardous Coating (application and 

16.70 

5.82 

remova1) 

17.20 

5.82 

Area 4 : 



Light commercial, housing 

A 11 other work: 

20.92 

4.37 

Brush 

24.83 

4.37 

Spray, sandblast, waterblast 

25.33 

4.37 

Steam cleaning 

25.08 

4.37 

Paper hanging 

Area 5: 

25.83 

4.37 

New housing (new construction single or • 



multiple units constructed for the 
purpose of a living unit; limited to 

3 stories and motels) 

20.92 

4.37 

A 11 other work. 



Brush 

24.83 

4.37 

Spray, sandblast, waterblast 

25.33 

4.37 

Steam cleaning 

25.08 

4.37 

Paper hanging 

Area 6: 

25.83 

4.37 

Brush & Roller 

Paperhanger, Sandblaster, Spray. 

17.22 

2.18 

Taper 

Brush-Steel, Brush Swing Stage up 

17.72 

2.18 

to 40 feet 

Spray-Steel, Spray Swing Stage up 

17.47 

2.18 

to 40 feet 

17.97 

2.18 

Area 7; 



Commercial work over $5 million and 



all industrial work 

23.03 

5.70 

Commercial work under $5 million 

Repaint work on new housing. 

19.67 

5.70 

apartments, condominiums, 
motels, and new residences 

17.42 

5.70 

Area 8: 



Brush, Pot Tenders, Rollers 

Sandblaster, Spray, Structural 

9.80 

1 . 35 

Steel, Swing Stage, Tapers 

10.30 

1 . 35 

Area 9-A 



Brush 

23.14 

4.74 

Spray 

23.64 

4.74 

Spray (Coatings) 

23.89 

4.74 

Area 9-B 



Brush 

18.31 

5.54 

Spray 

19.31 

5.54 
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♦Area 10: 


Brush 6 Roller 

13.35 

2.94 

Paperhangers. Sandblasters, Spray, 

Structural Steel, Swing Stage, and 

Taper 

13.60 

2.94 

Area 11: 

Brush 

24.03 

6.27 

Paperhangers 

25.03 

6.27 

Spray, Sandblast, 

Waterblast, power-clean 

or steam clean 

24.53 

6.27 

PARKING LDT STRIPING WORK AMD/OR HIGHWAY 

MARKERS: 

Group 1 

18.03 

3.67 

Group 2 

17.13 

3.67 

Group 3 

15.33 

3.67 

GROUP 4 

18.03 

3.67 

Slurry steel work: 

Sealer/mixer 

15.58 

3.67 

Squeegee: applicator operator and 

shutt1e 

13.80 

3.67 

PIPE TRADES: 

(Building construction only) 

(See Scope of Work): 

Alameda County 

8.80 

1 . 73 

Fresno and Merced Counties 

10.50 

2.08 

♦PLASTERERS: 

Areas 1 and 2: 



Work on single family homes and apartments 

up to and including 4 stories 

23.37 

8.05 

A11 other work 

23.91 

8.05 

♦Area 3 

18.00 

10.10 

Area 4 

18.93 

10.52 

Area 5 

22.03 

8 ., 24 

Area 6 

16.55 

6.94 

Area 7 

22.18 

5.11 

Area 8 

19.45 

8 ,. 76 

PLASTERERS TENDERS: 

Area 1: 

Work on single family homes, condominiums, 

townhouses, cluster homes and apartments which 
have a maximum of four stories or three storiess 
over parking and designed for owner or tenant 


occupancy: 

Plasterer Tenders 

19.90 

8.96 

Gun Person 

20.65 

8.96 

A11 Other work: 

Plasterer Tenders 

20.55 

8.96 

Gun Person 

2 1.30 

8.96 

Area 2 

18.40 

5,46 

Area 3 

21.36 

6.20 

Area 4 

17.50 

4.05 

Area S 

24.00 

2.05 

Area 6 

21.34 

S . 06 

PLUMBERS: 

Area 1 

30.77 

6 ., 73 


Area 2: 
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Commercial subcontractors of $350,000 
or less and residential construction 
All other construction 
♦PLUMBERS/STEAMFITTERS: 

Area 1 : 

Work on commercial structures for which 
the total plumbing bid does not exceed 
$150,000; and work on residential 
structures not over 5 occupied stories 
in height from the ground floor 
A11 other work 
Area 2 
Area 3: 

Work on single family homes and 
apartments up to and including 2 
stories 

A11 other work 
*Area 4 
Area 5 ■. 

Light commercial work (work 
the allowance of ABS, PVC, 
plastic pipe - excluding hospitals and 
other institutional work, hotels, air 
conditioning and refrigeration systems; 
and work on single family homes and 
apartments up to and including 3 
stories in height 
All other construction 
*Area 6 
Area 7 
Area 8: 

Plumbers; Steamfltters 

Air Conditioning & Refrigeration 

Landscape & Irrigation Work 


invo1ving 
or any other 


POWER EQUIPMENT OPERATORS; 
Group 1 
2 

3 

4 

5 ' ' 

6 
7 


Group 
Group 
Group 
Group 
Group 
Group 
Group 8 


Res 1 dentia 1 
rate. 


FRINGE BENEFITS: $10.34 
Construction 3 stories and under 


24.66 
28.21 


17.70 

24.07 

19.30 


30.00 
29.84 
23.53 


5.89 

8.89 


5.40 
7.90 
6.55 


9.715 

13.67 

7.05 


21.56 

7.34 

27.05 

7.34 

17.89 

11.47 

30.7 1 

8.36 

28 . 18 

8.16 

28.88 

8.16 

21.61 

7.24 

BASIC 

BASIC 

HOURLY 

HOURLY 

RATES 

RATES 

AREA 1 

AREA 2 

26.81 

28.81 

25.56 

27.56 

24.37 

26.37 

23.22 

25.22 

22.16 

24 . 16 

21.09 

23.09 

20. 14 

22 . 14 

19.21 

21.21 

:o be paid the 


Area 1 


BASIC FRINGE 
HOURLY BENEFITS 
RATES 


Wnl III 
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POWER EQUIPMENT OPERATORS: 

Clamshell and Dipper Dredging; 
Hydraulic: Suction Dredging: 


Group 

1 

18.23 

10. 16 

Group 

2 

18,78 

10. 16 

Group 

3 

20.37 

10. 16 

Group 

4 

21.47 

10. 16 

Group 

5 

23.21 

10. 16 

Group 

e 

28. 10 

10. 16 


BASIC 

BASIC 

HOURLY 

HOURLY 

RATES 

RATES 



AREA 1 

AREA 2 

POWER EQUIPMENT OPERATORS: 



ALL CRANES AND ATTACHMENTS: 



Group 1-A 

27.56 

29.56 

Truck Crane Oiler 

21.81 

23.81 

Oiler 

19.95 

21.95 

Group 2-A 

26.09 

28.09 

Truck Crane Oiler 

21.61 

23.61 

Oiler 

19.75 

21.75 

Group 3-A 

24.69 

26.69 

Truck Crane Oiler 

21.39 

23.39 

Hydraulic 

21.07 

23.07 

Oiler 

19.53 

21.53 

FRINGE BENEFITS: 

$10.34 



BASIC 

FRINGE 


HOURLY 

BENEFITS 


RATE 


PILE DRIVERS: 



Group 1 

27.83 

10.34 

Truck Crane Oiler 

22.08 

10.34 

Oi 1 er 

20. 22 

10.34 

Group 2 

26.36 

10.34 

Truck Crane Oiler 

21.87 

10.34 

Oiler 

20.02 

10.34 

Group 3 

24.95 

10. 34 

Truck Crane Oiler 

21.66 

10.34 

Oiler 

19.80 

10.34 

Group 4 

23.49 

10.34 

Group 5 

21.34 

10.34 

Group 6 

19.48 

10.34 

STEEL ERECTORS: 



Group 1 

28.36 

10.34 

Truck Crane Oiler 

22.35 

10.34 

0 i 1 e r 

20.49 

10.34 

Group 2 

26.90 

10.34 

Truck Crane Oiler 

22.14 

10. 34 

Oiler 

20.28; 

10.34 

Group 3 

25.70 

10.34 
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Truck Crane Oiler 


21.93 

10.34 

Hydraul1c 


21.61 

10.34 

Oiler 


20.07 

10.34 

Group 4 


24.02 

10.34 

Group 5 

+ 


22.96 

10.34 



BASIC 

BASIC 



HOURLY 

HOURLY 



RATES 

RATES 

TUNNEL AND UNDERGROUND WORK: 




Shafts, Stopes and Raises: 


Area 1 

Area 2 

Group 1 


23.64 

25.64 

Group 2 


22.58 

24.58 

Group 3 


21.49 

23.49 

Group 4 


20.56 

22.56 

Group 5 


19.63 

21.63 

A 11 other work: 




Group 1 


23.54 

25.54 

Group 2 


22.48 

24.48 

Group 3 


21.39 

23.39 

Group 4 


20.46 

22.46 

Group 5 


19.53 

21.53 

FRINGE BENEFITS: $10 

. 34 



- 


BASIC 

FRINGE 



HOURLY 

BENEFITS 



RATES 


ROOFERS : 




Area 1 


18.80 

8.51 

Area 2 


17.32 

5.49 

Area 3: 




Roofers (slate, tile, & composition) 


16.30 

3.84 

Enameler & Pitch 


18.30 

3.84 

Area 4 


17.55 

5.30 

Area 5 


20.23 

6.89 

Area 6 


18.17 

8.92 

Area 7: 




Roofers (slate, tile & composition) 


14.90 

8.64 

Enameler & Pitch 


17.65 

8.64 

SHEET METAL WORKERS: 




Area 1 


29.84 

9.64 

Area 2 


19.25 

7.80 

Area 3: 




Sheet metal workers 


19.69 

9.80 

The erection, installation, repairing 

and 

replacing of al1 

residential heating and air conditioning 

systems and the 

architectural sheet metal work on any 

single family dwel11 

multiple family housing unit where each 

ind1vidua1 

family ' 

is Individually conditioned by a separate and independent ! 

(no fabrication shop work); Counties 

of 

El Dorado, 

Nevada, 

Placer, Sacramento, Yolo and Yuba, only) 

12.53 

2.19 

Area 4 


22.92 

8.49 

Area 5 


19.48 

6.72 

Area S 


30.18 

9.36 
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Area 7 

17 , 

7 2 

9 . 

48 

Area 8 

29 . 

75 

9 . 

98 

Area 9 

29 . 

88 

9 . 

51 

Area 10 

24 , 

87 

a. 

47 

Area 11 

30. 

87 

8 . 

75 

Area 12 

17 , 

99 

10.65 

SOFT FLOOR LAYERS: 





Area 1 

15 . 

36 

4 . 

90 

Area 2 

16 . 

74 

1 . 

58 

Area 3 

20. 

85 

8 . 

85 

Area 4 

20. 

47 

8 

i . 48 

* SPRINKLER FITTERS: 





’♦Area 1 

30. 

995 

8 . 

45 

Area 2 

24 . 

18 

4 . 

25 

STEAMFITTERS: 





Area 1 

30. 

07 

6 . 

26 

TERRAZZO WORKERS: 





Area 1 

23 . 

97 

9 . 

35 

Area 2 

22 . 

44 

8 . 

05 

TERRAZZO WORKERS & TILE SETTERS: 





Area 1 

19 . 

70 

3 . 

46 

TERRAZZO AND TILE FINISHERS: 





Area 1 

1 1 . 

SO 

2 . 

00 

TERRAZZO FINISHERS: 





Area 1 : 





Base Machine Operator 

17 

42 

3 . 

95 

Terrazzo Finishers 

16 

72 

3 . 

95 

TILE SETTERS: 





Area 1 

24 

73 

5 . 

03 

Area 2 

22 

S3 

4 . 

70 

Area 3 

25 

83 

4 .. 

01 

TILE FINISHERS: 





Area 1 

19 

22 

2 . 

91 

Area 2 

9 

SO 

I . 

90 

Area 3 

14 

25 

I . 

65 

Area 4 

1 1 

80 

3 . 

12 

TRUCK DRIVERS: 





Group 1 

18 

35 

9 . 

14 

Group 2 

18 

43 

9 . 

14 

Group 3 

18 

45 

9 . 

14 

Group 4 

18 

46 

9 . 

14 

Group 5 

18 

47 

9. 

14 

Group 6 

18 

48 

9 . 

14 

Group 7 

18 

50 

9. 

14 

Group 8 

18 

52 

9 . 

14 

Group 9 

18 

53 

9. 

14 

Group 10 

18 

55 

9 . 

14 

Group 11 

18 

56 

9 . 

14 

Group 12 

18 

SO 

9. 

14 

Group 13 

18 

SI 

9 . 

14 

Group 14 

18 

€2 

9 . 

14 

Group 15 

18 

65 

9 . 

14 

Group 16 

18 

66 

9 . 

14 

Group 17 

18 

67 

9. 

14 

Group 18 

18 

69 

9 . 

14 

Group 19 

18 

70 

9 . 

14 

Group 20 

18 

7 1 

9. 

14 

Group 21 

18 

76 

9 . 

14 


Vo!. Ill 


84 (Jan. 25. 1991) 



U.S. Department of Labor 


CA90-4 


Group 

22 

18.79 

9.14 

Group 

23 

18.80 

9.14 

Group 

24 

18.89 

9.14 

Group 

25 

18.90 

9.14 

Group 

26 

18.93 

9.14 

Group 

27 

18.95 

9.14 

Group 

28 

18.99 

9.14 

Group 

29 

19.00 

9.14 

Group 

30 

19.02 

9. 14 

Group 

31 

19.03 

9.14 

Group 

32 

19.09 

9.14 

Group 

33 

19.24 

9.14 

Group 

34 

19.34 

9.14 

Group 

35 

19.39 

9 . 14 

Group 

36 

19.54 

9.14 

Group 

37 

19.69 

9.14 


WELDERS - Receive rate prescribed for craft performing operation to 
which welding is incidental. 

FOOTNOTES: 

ELEVATOR CONSTRUCTORS: 

a. Employer contributes 8% of basic hourly rate for over 5 years 
service, and 6% of basic hourly rate for 6 months to 5 years service 
as Vacation Pay Credit. Seven Paid Holidays: New Year's Day, Memorial 
Day, Independence Day, Labor Day. Thanksgiving Day, Friday after 
Thanksgiving Day and Christmas Day. 


SCOPE OF WORK 


ASBESTOS REMOVAL LABORERS: 

Cover site mobilization, Instial site clean-up, site preparation, 
removal of asbestos-containing materials, encapsulation, enclosure 
and disposal of asbestos-containing materials by hand or with 
equipment or machinery, scaffolding, fabrication of temporary 
wooden barriers, and assembly of decontamination stations. 

INSULATOR/ASBESTOS WORKER: 

Includes application of all insulating materials, protective 
coverings, coatings and finishings to all types of mechanical systems. 

PIPE TRADES 

(Building construction only): 

Alameda county: 

Sewer Service: Water Service: Gas Service assist plumber or welder in 
installing underground gas from meter to building stub up, and all 
trenching, backfilling and testing): Backfill and testing of outside 
utilities: Testing of Sanitary Waste Systems; Concrete cutting; 
Concrete coring; Fire Safing; Receiving all material; Delivering 
material from the shop to jobs: Distribute material on the project 
site; Install 3 wall surround of fiberglass tubs and/or showers 
(handling of material and distribution to the general work area to 
include the installation of tub and shower wall enclosures).; Fixture 
cleaning and protection; Tool repair, cleaning the project and pick-up 
tools on the project; Job clean-up activity; Help to lift and position 
heavy equipment; Wrapping of pipe; Piping Identifying; Grouting; Help 
~ distribute prefabricated assemblies; B1ock-outs/Cut Steel Deck and 


iin 


A J \ 
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reinforced steel deck but not to include the installation of cans, 
sleeves or Inserts; Test all piping, all repairs to be made by plumber 
or welder; Backing and Riser Clamps. 

Fresno and Merced Counties; 

Installation of corrugated metal piping for drainage, as well as,' 
installation of corrugated metal piping for culverts in connection 
with storm sewers and drains; Grouting, dry packing, and diapering of 
joints, holes or chases including paving over joints, in piping; 
Temporary piping for dirt work for building site preparation; 

Operating jack hammers, pavement breakers, chipping guns, concrete 
saws, and spades to cut holes, chases, and channels for piping 
systems; Digging, grading, backfilling, and ground preparation for all 
types of pipe to all points of the jobsite; Ground preparation 
including ground leveling, layout and planting of shrubbery, trees and 
ground cover, including watering, mowing, edging, pruning and 
i'ert i 1 iz i ng. the breaking of concrete, digging, backfilling and 
tamping for the preparation and completion of all work in connection 
with lawn sprinkler and landscaping; Loading, unloading, and 
distributing materials at jobsite; Putting away materials in storage 
bins in jobsite secure storage area; Demolition of piping and fixtures 
for remodeling and additions; Setting up and tearing down work 
benches, ladders, and job shacks; Cleanup and sweeping of jobsite; 

Pipe wrapping and water proofing where tar or similar material is 
applied for protection of buried piping; Flagpersons 


AREA DESCRIPTIONS 
BRICKLAYERS; STONEMASONS: 

Area 1; Del Norte, Humboldt, Lake, Marin, Mendocino, Napa, 

San Francisco, San Mateo, Siskiyou, Solano, Sonoma, and Trinity 
Cos . 

Area 2: Alameda and Contra Costa Counties 

Area 3: Fresno, Kings, Madera, Mariposa, and Merced Counties 
Area 4: Butte, Colusa, El Dorado, Glenn, Lassen, Modoc, Nevada, 
Placer, Plumas, Sacramento, Shasta, Sierra, Sutter, Tehama, Yolo, 
and Yuba Counties 

Area 5; Monterey and Santas Cruz Counties 
Area 6: San Benito and Santa Clara Counties 
Area 7: Alpine, Calaveras, San Joaquin, Stanislaus, and 
Tuolumne Counties 
Area 8: Tulare County 

BRICK TENDERS; 

Area 1: Alpine, Butte, Colusa, El Dorado, Glenn, Lassen, Modoc, 
Monterey, Nevada, Placer, Plumas, Sacramento, San Benito, Shasta, 
Sierra, Siskiyou, Sutter, Tehama. Trinity, Yolo and Yuba Counties 
Area 2: San Francisco and San Mateo Counties 

Area 3: Fresno, Kings, Madera, Napa, Solano and Sonoma Counties 
Area 4: Calaveras, Mariposa, Merced, San Joaquin, Stanislaus and 
Tuolumne Counties 
Area 5: Marin County 

Area 6: Alameda and Contra Costa Counties 
Area 7: Santa Cruz County 
Area 8; Santa Clara County 
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CARPENTERS: 

Area 1: Alameda, Contra Costa, Marin. Napa, San Benito, San 
Francisco. San Mateo, Santa Clara, Solano and Sonoma Counties 
Area 2: Alpine, Amador, Butte. Calaveras. Colusa, Del Norte, El 
Dorado, Fresno. Glenn, Humboldt, Kings, Lake, Lassen, Madera, 
Mariposa, Mendocino, Merced, Modoc, Nevada, Placer, Plumas, 
Sacramento, San Joaquin, Shasta. Sierra. Siskiyou. Stanislaus, 
Sutter, Tehama. Trinity. Tulare. Tuolumne, Yolo and Yuba Counties 
Area 3: Monterey and Santa Cruz Counties 
Area 4: (Residential) Napa and Sonoma Counties 

Area 5: (Residential) Alameda, Contra Costa, Marin, San Benito, San 
Francisco, San Mateo, Santa Clara and Solano Counties 

DRYWALL FINISHERS/TAPER: 

Area 1: Lake, Marin, Mendocino, San Francisco and Sonoma Counties 
Area 2-A: Alameda, Contra Costa, Napa and Solano Counties 
Area 2-B: El Dorado, Nevada, Placer, Sacramento, Sierra and Yolo 
Counties 

Area 3: Monterey and Santa Cruz Counties 
DRYWALL INSTALLERS/LATHERS: 

Area 1: Alameda, Contra Costa, Marin, Napa, San Benito, San 
Francisco, San Mateo, Santa Clara, Solano and Sonoma Counties 
Area 2: Remainder of Counties 


ELECTRICIANS 
Area 1 
Area 2 


Area 3: 

S i erra 

Tehama 
Area 4 
Area 
Area 
Area 
Area 
Area 


Alameda County 

Alpine, Amador, Colusa. El Dorado, Nevada, Placer, 
Sacramento. Sierra, Sutter, Yolo and Yuba Counties 

Butte and Glenn Counties; Lassen County (excluding the 
Army Depot/Her 1ong); Modoc, Plumas, Shasta, Siskiyou, 
and Trinity Counties 
Calaveras and San Joaquin Counties 
Contra Costa County 
Del Norte and Humboldt Counties 
Fresno, Kings, Madera and Tulare Counties 
Lake, Marin, Mendocino and Sonoma Counties 
Mariposa, Merced, Stanislaus and Tuolumne Counties 
Definition of Zones: 

Zone 1: Eight (8) road miles from the City Halls of Merced. 
Modesto and Turlock; 0-2 air miles from the intersection 
of Washington St. and Stockton Rd., Sonora; all of Merced 
and Stanislaus Counties to that point 200 yds. west of and 
parallel to Highway 1-5. 

Zone 2; 2-4 air miles from the intersection of Washington 
St. and Stockton Rd., Sonora. 

Zone 3: All of Mariposa. Merced, Stanislaus and Tuolumne 
Counties not in Zones 1 or 2. 

Area 10: Monterey, San Benito and Santa Cruz Counties 
Zone 1: Area within a radius of 25 air miles from the 
intersection of Dolan Road and Highway #1 in Moss Landing. 

Zone 2: Area outside of Zone 1 and within a radius of 50 air 
miles from the intersection of Dolan Road and Highway *1 in 
Moss Landing. 

Zone 3: Area outside of Zones 1 and 2 


Area 

Area 

Area 


11 
12 
13 


Area outside of Zones 1 
Napa and Solano Counties 
Santa Clara County 
San Francisco County 
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Area 14: San Mateo County 

Area 15: Sierra Army Depot (Herlong) In Lassen County 
GLAZIERS: 

Area 1: Alameda, Contra Costa, Napa and Solano Counties 
Area 2: Alpine, Butte, Glenn, Lassen, Modoc. Nevada, Placer. Plumas, 
Sacramento, San Joaquin, Shasta, Siskiyou, Stanislaus, Sutter, 
Tehama, Trinity, Yolo and Yuba Counties 
Area 3: (Residential) Sutter and Yuba Counties 
Area 4: (Residential), Calaveras, El Dorado. Nevada, Placer, 
Sacramento, San Joaquin, Solano, Tuolumne and Yolo Counties 
Area 5: Fresno, Kings, Madera, and Merced Counties 

Area 6: Lake, Marin, Mendocino, San Francisco, San Mateo, and Sonoma 
Counties 

Area 7: Monterey, San Benito, Santa Clara and Santa Cruz Counties 


LABORERS: 

Area 1: Alameda, Contrci Costa, Marin, San Francisco, San Mateo and 
Santa Clara Counties 

Area 2: Alpine, Amador, Butte, Calaveras, Colusa, Del Norte, El 
Dorado, Fresno, Glenn, Humboldt, Kings, Lake, Lassen, Madera, 
Mariposa, Mendocino, Merced, Modoc, Monterey, Napa, Nevada, 
Placer, Plumas, Sacramento, San Benito, San Joaquin, Santa Cruz, 
Shasta, Sierra, Siskiyou, Solano, Sonama, Stanislaus. Sutter, 
Tehama, Trinity, Tulare, Tuolumne, Yolo and Yuba Counties 

LATHERS: 

Area 1: Alameda, Contra Costa. Marin, Napa, Solano and Sonoma 
Counties 

LINE CONSTRUCTION: 

Area 1: Contra Costa County 

Area 2: Del Norte, Modoc and Siskiyou Counties: 

Zone Definitions: 

Zone 1: 0-3 miles radius from the geographical center of 
Alturos and Yreka, California 
Zone 2: 3 to 20 miles radius 
Zone 3: 20 to 35 miles radius 
Zone 4: 35 to 50 miles radius 
Zone 5: Over 50 miles radius 

BASE RATE (Zone 1) is paid when working out of employer's 
permanent shop. 

Area 3: Fresno, Kings, Madera and Tulare Counties 

Area 4: Calaveras and San Joaquin Counties 

Area 5: Mariposa, Merced, Stanislaus and Tuolumne Counties 

Area 6: Napa and Solano Counties 

Area 7: Butte and Glenn Counties; Lassen County (excluding the 
Sierra Army Depot/Her 1 ong); Plumas, Shasta, Tehama and Trinity 
Count 1es 

Area 8: Alameda County 

Area 9; Amador, Colusa, Sacramento, Sutter, Yolo and Yutoa Counties; 
Alpine, El Dorado, Nevada, Placer, and Sierra Counties (those 
portions west of the Main Sierra Mountain Watershed) 

Area 10: San Mateo County 

Area 11: Humboldt County 
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Area 9-B: El Dorado. Nevada. Placer, Sacramento. Sierra and Yolo 
Count 1es 

Area 10: Del Norte and Humboldt Counties 
Area 11: San Francisco County 


PLASTERERS: 

Areas 1 and 2: Alameda, Contra Costa. San Francisco and San Mateo 
Counties 

Area 3: Alpine, Butte, Calaveras, Colusa. El Dorado, Glenn, 
Lassen, Modoc. Nevada, Placer, Plumas, Sacramento. San Joaquin, 
Shasta. Sierra, Siskiyou. Sutter, Tehama, Trinity, Yolo and Yuba 
Cos. 

Area 4: Del Norte, Humboldt, Lake, Marin, Mendocino, Napa, Solano 
and Sonoma Counties 

Area 5: San Benito, Santa Clara, and Santa Cruz Counties 

Area 6: Fresno, Kings, and Madera Counties 

Area 7: Monterey County 

Area 8: Mariposa, Merced, Stanislaus, and Tuolumne Counties 




PLASTERERS' TENDERS: 


Area 1 
Area 2 
Area 3 
Area 4 
Area 5 
Area 6 


Alameda and Contra Costa Counties 
Fresno, Kings, and Madera Counties 
San Francisco and San Mateo Counties 
Monterey County 
Napa County 
Marin County 


PLUMBERS: 

Area 1: Alameda County 
Area 2: Contra Costa County 

PLUMBERS; STEAMFITTERS: 

Area 1: Amador County (northern portion); El Dorado, Nevada, 

Sacramento, Sierra and Yolo Counties (excluding Lake Tahoe 
Area) 

Area 2: Lake Tahoe Area 

Area 3: Lake, Marin, Mendocino, San Francisco, and Sonoma Counties 
Area 4: Alpine, Amador County (southern portion), Butte, 

Calaveras, Colusa, Fresno, Glenn, Kings, Lassen, 

Madera. Mariposa, Merced. Modoc. Monterey, Plumas, San 
Joaquin, Santa Cruz, Shasta, Sierra, Siskiyou, Stanislaus, 
Sutter, Tehama, Trinity, Tulare, Tuolumne and Yuba Counties 
Area 5: Napa, and Solano Counties 
Area 6: Del Norte and Humboldt Counties 
Area 7: San Benito and Santa Clara Counties 
Area 8: San Mateo County 


ROOFERS: 

Area 1: Alameda, Contra Costa, Lake, Marin, Napa, Solano, and Sonoma 
Cos. 

Area 2: Alpine, Calaveras, Mariposa, Merced, San Joaquin, Stanislaus 
and Tuolumne Counties 

Area 3: Butte, Colusa, El Dorado, Glenn, Lassen, Modoc, Placer, 

/ Plumas, Shasta, Sierra, Siskiyou, Sutter, Tehama, Trinity and Yuba 

Counties 

^ Area 4: Fresno, Kings, and Madera Counties 

Area 5: Monterey, San Benltc, Santa Clara and Santa Cruz Counties 
Area 6: San Francisco and San Mateo Counties 
Area 7: Amador, Sacramento and Yolo Counties 
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SHEET METAL WORKERS: 

Area 1: Alameda and Contra Costa Counties 

Area 2: Alpine, Calaveras, and San Joaquin Counties 

Area 3: Amador, Butte, Colusa, El Dorado, Glenn, Lassen, Modoc, 

Nevada, Placer, Plumas, Sacramento, Shasta, Sierra, 
Siskiyou, Sutter, Tehama. Yolo, and Yuba Counties 
Area 4: Monterey and San Benito Counties 

Area 5: Del Norte, Humboldt and Trinity Counties 

Area 6: San Mateo County 

Area 7: Fresno, Kings, Madera and Tulare Counties 

Area 8: San Francisco County 

Area 9: Lake, Marin, Mendocino, Napa, Solano and Sonoma Counties 

Area 10: Santa Cruz County 

Area 11: Santa Clara County 

Area 12: Mariposa, Merced, Stanislaus and Tuolumne Counties 

SOFT FLOOR LAYE-RS: 

Area 1: Alpine, Butte. Calaveras, Colusa, El Dorado, Glenn, 
and Lassen Counties (excluding Honey Lake Area); Merced County (east 
of San Joaquin River): Plumas. Sacramento, San Joaquin, Shasta, 
Stanislaus, Sutter, Tehama, Trinity, Tuolumne, Yolo, and Yuba 
Counties; El Dorado, Nevada, Placer, and Sierra Counties (those 
portions excluding Lake Tahoe Area) 

Area 2: Honey Lake Area and Lake Tahoe Area 

Area 3: Alameda, Contra Costa, Napa, and Solano Counties 

Area 4: Lake, Marin, Mendocino, San Francisco, San Mateo and Sonoma 
Counties 

SPRINKLER FITTERS: 

Area 1: Alameda, Contra Costa, Marin, Napa, San Francisco, San 
Mateo, Santa Clara, Solano, and Sonoma Counties 
Area 2: Remaining! Counties 

STEAMFITTERS: 

Area 1: Alameda and Contra Costa Counties 
TERRA220 WORKERS: 

Area 1: Del Norte, Humboldt. Lake, Marin, Mendocino, Napa, 

San Francisco, San Mateo, Siskiyou, Solano, Sonoma, and 
Trinity Cos. 

Area 2: San Benito and Santa Clara Counties 

TERRA22Q WORKERS AMD TILE SETTERS: 

Area 1: Fresno, Kings, Madera, Mariposa, and Merced Counties 

TERRA220 AND TILE FINISHERS: 

Area 1: Fresno, Kings, Madera, Mariposa, and Mcsrced Counties 
TERRA220 FINISHERS: 

Area 1: Alameda, Alpine, Butte, Calaveras, Contra Costa, Del Norte, 

El Dorado, Glenn, Lassen, Marin, Modoc, Monterey, Napa, Nevada, 
Placer, Plumas, Sacramento, San Benito, San Francisco, San Joaquin, 
San Mateo, Santa Clara, Santa Cruz, Shasta, Sierra, Siskiyou, 

Solano, Sonoma, Sutter, Tehama, Trinity, Yolo and Yuba Counties 

TILE SETTERS: 

Area 1: Butte, Colusa, El Dorado, Glenn, Lassen, Modoc, Nevada, Yolo, 
Placer, Plumas, Sacramento, Shasta, Sierra, Sutter, Tehama, and Yuba 
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Counties 

Area 2: Alpine, Amador, Calaveras, San Joaquin, Stanislaus, and 
Tuolumne Counties 

Area 3: Alameda, Contra Costa, Marin, Napa. San Benito, San 
Francisco, San Mateo, Santa Clara. Siskiyou. Solano, Sonoma and 
Trinity Counties 

TILE FINISHERS: 

Area 1: Alameda, Contra Costa, Marin, Monterey, Napa, San Benito, San 
Francisco, San Mateo, Santa Clara, Santa Cruz, Siskiyou, Solano, 
Sonoma & Trinity Counties 

Area 2: Fresno, Kings, Madera, Mariposa, Merced and Tulare Counties 

Area 3: Butte. Colusa, El Dorado, Glenn, Lassen, Modoc, Nevada, 
Placer, Plumas, Sacramento, Shasta, Sierra. Sutter, Tehama, Yolo and 
Yuba Counties 

Area 4: Alpine, Amador, Calaveras. San Joaquin, Stanislaus and 
Tuolumne Counties 

DESCRIPTION OF CLASSIFICATIONS 
LABORERS - TUNNEL AND SHAFT WORK: 

Group 1: Diamond Driller; Ground; Gunlte and Shotcrete Nozzle 

operator; Shaft work and raise (below actual or excavated ground 
level) 

Group 2: Bit Grinder; Blaster; Drillers, Powder - heading; Cherry 
Picker - where car Is lifted; Concrete Finisher In Tunnel; 
Concrete Screed; Grout Pump and Pot; Gunlte and Shotcrete Gun 
and Pot; Header; High Pressure Nozzle operator; Miners - Tunnel, 
Including Top and Bottom on Shaft and raise work; Nipper Nozzle 
operator on slick line; Sandblaster - Pot (work assignment 
Interchangeable); Steel form raisers and setters; Timber, 
Retimber - wood or steel or substitute materials 
therefore;Tugger 

Group 3: Cable tender; Chucktender; Powder > Primer House; 
Vibrator. Pavement Breakers 

Group 4 : Bull gang - muckers, track; Concrete crew - Includes 
roddlng and spreading; Dump (any method); Grout crew rebound 

Group 5: Swamper 


LABORERS 
AREAS 1 and 2 

CONSTRUCTION SPECIALIST GROUP: 

Asphalt Ironers and Rakers 
Chainsaw 

Laser Beam In connection with Laborers' work 
Masonry and Plasterer Tender 
Cast In place manhole form setters 
/' Pressure plpelayers 

Davis Trencher - 300 or similar type (and all small trenchers) 
v - Blaster 

Diamond Drl1lers 
Multiple Unit Drills 
Hydraul1c Drills 
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GROUP 1: 

Asphalt Spreader Boxes (all types) 

Barko, Wacker and similar type Tampers 
Buggymoblle 

Caulkers. Banders, Pipewrappers, Conduit Layers. Plastic Pipe'ayers 
(for Contra Costa County, see Group 1-g) 

Certified Asbestos Worker 
Certified Hazardous Waste Worker 
Compactors of all types 

Concrete and Magnesite Mixer, 1/2 yd. and under 

Concrete Pan Work 

Concrete Sander; Concrete Saw 

Crlbber and/or Shoring 

Cut Granite Curb Setter 

Dri pak-lt machine 

Faller, logloader and Pucker 

Form Raisers, Slip Forms 

Green Cutters 

Headerboard, Hubsetters, Aligners, by any method 

High pressure blow pipe (1-1/2 “ or over, 100 lbs pressure/over) 

Hydro seeder and similar type 

Jackhammer Operators 

Jacking of Pipe over 12 Inches 

Jackson and similar type Compactors 

Kettle tender, Pot and workers applying asphalt, lay-kold, creosote, 
lime, caustic and similar type materials (applying means applying, 
dipping or handling of such materials) 

Lagging, Sheeting, Whaling, Bracing, Trenchjacklng, Lagging Hammer 
Magnesite, Epoxyresln, Fiberglass, Mastic Workers (wet or dry) 

No Joint pipe and stripping of same. Including repair of voids 
(for Contra Costa County, see Group 1-g) 

Pavement breakers and spaders, Including tool grinder 
Perma Curbs 

Pipelayers (including grade checking In connecting with pipelaying) 
(for Contra Costa County, see Group 1-g) 

Precast-manhole setters (for Contra Costa County, see Group 1-g) 
Pressure Pipe Tester (for Contra Costa County, see Group 1-g) 

Post Hole Diggers, air, gas, and electric 
Power Broom Sweepers 

Power Tampers of all types (except as shown In Group 2) 

Ram Set Gun and Stud Gun 

Riprap stonepaver and Rock-slInger, including placing of sacked 
concrete and/or sand (wet or dry) and Gabions and similar type 
Rotary Scarifier or Multiple Head Concrete Chipping scarifier 
Roto and Ditch Witch 
Rotot11ler 

Sandblasters, Pot, Gun, Nozzle Operators 

Signalling and Rigging 

Tank Cleaners 

Tree Climbers 

Turbo blaster 

Vlbrascreed, Bull Float In connection with Laborers' work 
Vibrators 

Group 1(a): Joy Drill Model TWM-2A; Gardner-Denver Model DH143 and 
similar type drills; Track Drillers; Jack Leg Drillers; Wagon 
Drillers; Mechanical Drillers, all types regardless of type or 
method of power*; Mechanical Pipe layers, all types regardless of 
type or method of power; Blasters and Powder; All work of loading. 
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placing and blasting of all powder and explosives of whatever type 
regardless of method used for such loading and placing; High 
Scalers (Including drilling of same); Tree Topper; Bit Grinder 

Group 1(b): Sewer Cleaners receive $4.00 per day above Group 1 
wage rates. "Sewer Cleaner" means any workman who handles or 
comesln contact with raw sewage In small diameter sewers. Those 
who work Inside recently active, large diameter sewers, and all 
recently active sewer manholes shall receive $5.00 per day above 
Group 1 wage rates. 

Group 1(c): Burning and welding In connection with Laborers' work; 
Synthetic thermoplastics and similar type welding. 

Group 1(d): Maintenance and Repair Track and Road Beds and all 

employees performing work covered by this Agreement shall receive 
$.25 per hour above their regular rate for all work performed on 
underground structures not specifically covered herein. This 
paragraph shall not be construed to apply to work below ground 
level In open cut. It shall apply to cut and cover work of subway 
construction after the temporary cover has been placed. 

Group 1(e): Work on and/or In Bell Hole Footings and Shafts 

thereof, and work on and In Deep Footings (Deep Footing Is a hole 
fifteen (15) feet or more In depth). In the event the depth of the 
footing Is unknown at the commencement of excavation, and the final 
depth exceeds fifteen (15) feet, the contractor agrees to pay the 
deep footing wage rate to all employees for each and every day 
worked on or in the excavation of the footing from the date of 
inception. 

Group 1(f): Wire winding machine In connection with Gunltlng or 
Shot Crete. 

Group 1(g): 

Plpelayers (including grade checking in connection with 
pipe!aylng) 

Caulkers 
Banders 
Plpewrappers 
Conduit Layers 
Plastic Pipe Layer 
Pressure Pipe Tester 

No Joint pipe and stripping of same. Including repair of voids 
Precast Manhole setters, cast In place manhole form setters 

Group 1(h): Men working off or with or from Bos'n Chairs, Swinging 
Scaffolds, Belts shall receive $.25 per hour above the applicable 
wage rate. This premium shall be reckoned by the day and half 
day. This shall not apply to men entitled to receive the wage 
rate set forth In Group 1(a). 

Group 2: 

Asphalt Shovelers 

Cement Dumpers and handling dry Cement or gypsum 
Choke-setter and Rlqqer (clearing work) 

Concrete Bucket Dumper and Chute 
Concrete Chipping and Grinding 
Concrete Laborers (wet or dry) 
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Drillers Helper, Chuck Tender. Nipper 
Guinea Chaser (Stake). Grout Crew 
High Pressure Nozzle, Adductors 
Hydraulic Monitor (over 100 lbs. pressure) 

Loading and unloading, carrying and hauling of all rods and 
materials for use In reinforcing concrete construction 
Pittsburgh Chipper, and similar type Brush Shredders 
SI open 

Single foot, hand held, pneumatic tamper 

All pneumatic, air, gas and Electric Tools not listed In Groups i 
through 1(f) 

Jacking of Pipe ■■ under 12 Inches 

G. oup C . 

Construction Laborers, Including Bridge and General Laborers 

Dump, Load Spotter 

F1agpersons 

Fire Watcher 

Fence Erectors 

Guardrail Erectors 

Gardeners, Hort1cu1tural and Landscape Laborers 
Jett ling 

Limbers, Brush Loaders and Pliers 
Pavement Markers (Button Setters) 

Maintenance, Repair Track and Road Beds 
Streetcar and Railroad Construction Track Laborers 
Temporary Air and Water Lines, yictaullc or similar 
Tool Room Attendant (Job site only) 

Group 4: 

All cleanup work of debris, grounds and building Including but 
not limited to street cleaners 
Cleaning 6 Washing Windows 
Brick Cleaners (job site only) 

Watchperson 

Material Cleaners (Job site only) 

Used under the following conditions: 

A. At demolition site for the salvage of the material. 

B. At the conclusion of a job where the material Is to be 
salvaged and stocked to be reused on another job. 

C. The cleaning of salvage material at the Employer's job 
sit® or temporary Job site yard. 

The material cleaner classification should not be used In the 
performance of "‘form stripping 

cleaning and oiling and moving to the next point of erecton." 

GUNNITE 

Group 1: Structural nozzle operator 

Group 2: Nozzle operator (Including Gun, Pot); Ground 

Group 3: Rebound 

Group 4: Gunnlte Laborers 

WRECKING WORK 
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Group 1: Skilled Wrecker (removing and salvaging of sash, windows, 
doors, plumbing and electric fixtures) 

Group 2: Semi-skilled Wrecker (salvaging of other building 
materials) 

Group 3: General Laborer (includes all cleanup work, loading 
lumber, loading and burning of debris) 

WORK on SINGLE FAMILY HOMES and APARTMENTS not EXCEEDING 2 STORIES 


Group 1: All clean-up work of debris, grounds and buildings 
including but not limited to street cleaners, including 
distribution of materials; cleaning and washing of windows; 
gardeners; landscape and hortlcultural laborers 

Group 2 : Concrete workers (wet or dry), operation of all pneumatic, 
air, gas and electric tools 

LINE CONSTRUCTION: 

AREA 2; 

Group 1: Cable Splicer, Lead Pole Sprayer 

Group 2: Line worker, Pole Sprayer, Heavy Line Equipment operator, 
Certified Line Welder 
Group 3: Tree Trimmer 
Group 4: Line Equipment operator 

Group S: Head Ground, Powder, Jackhammer operator 
Group 6: Head Ground (Chipper) 

Group 7: Ground 

Groups 3 and 6 receive BASE RATE (ZONE 1) ONLY (no Zone 
Differential) 


PARKING LOT STRIPING WORK AND/OR HIGHWAY MARKERS: 

Group 1: Striper; Layout and application of painted traffic stripes 
and marking; hot thermo plastic; tapr traffic stripes and 
markings 

Group 2: Traffic delineating device applicator: Layout and 

application of pavement markers, delineating signs, rumble 
and traffic bars, adhesives, guide markers; other traffic 
delineating devices; includes all related surface 
preparation (sandblasting, waterblasting, grinding) as part 
of the application process 

Group 3: Surface abrasive blaster; removal of traffic lines and 
markings, preparation of surface for coatings 

Group 4: Traffic protective delineating systems installer: removes; 

relocates; Installs permanently affixed roadslse and parking 
delineation barricades; fencing, guard rail; cable anchor, 
retaining walls, refrence signs, monument markers 


POWER EQUIPMENT OPERATORS 

f AREAS 1 AND 2 

V. Group 1: 

1. Operator of Helicopter (when used In erection work) 

2. Power Shovels, Backhoes, Gradalls over 7 cu. yds. 
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Group 2: 

1. High!ine Cableway 

2. Power Blade Operator (finish) 

3. Power Shovels. Backhoes, Gradalls (over 1 cu. yd. and up to and 
1nc1ud1ng 7 cu. yds. m.r.c. 

Group 3: 

1. Asphalt Milling Machine 

2. Hydraulic Excavator 

3. Cable Backhoe 

4. Combination Backhoe and Loader over 3/4 cu. yds. 

5. Continuous Flight Tie Back Machine 

6. Crane Mounted Continuous Flight Tie Back Machine 

7. Crane Mounted Drill Attachments 

8. Dozer, Slope Brd 

9. Gradal1 

10. Loader 4 cu. yds. and over 

11. Multiple Engine Scrapers (when used as push pull) 

12. Power Shovels. Backhoes, Gradalls up to and Including 1 cu. yd 

13. Pre-Strss Wire Wrapping reachine 

14. Side Boom Cat, 771 or larger 

15. Track Loader 4 cu. yds. and over 

16. Wheel Excavator (up to and Including 750 cu. yds. per hour) 
Group 4: 

1. Asphalt Plant Engineer 

2. Automatic Concrete Slip Form Paver 

3. Chicago Boom 

4. Combination Backhoe and Loader up to and including 3/4 cu. yds 

5. Concrete Batch Plants (wet or dry) 

6. Dozer and/or Push Cat 

7. Pull-Type Elevating Loader 

i. Gradesetter, Grade Checker (mechanical or otherwise) 

9. Grooving and Grinding Machine 

10. Heading Shield Operator 

11. Heavy Duty Drilling Equipment, Huges, LDH, Watson 3000 or 
simllar 

12. Heavy Duty Repairperson and/or Welder 

13. Lime Spreader 

14. Loader under 4 cu. yds. 

15. Lubrication and Service Engineer (mobile and grease rack) 

16. Mechanical Finishers or Spreader Machine (asphalt. Barber- 
Greene and similar) 

17. Miller Formless M-9000.S1 ope Paver or similar 

18. Mucking Machine (rubber-tired, rail or track type) 

19. Portable Crushing and Screening plants 

20. Power Blade Support 

21. Raised Bore Operator (tunnels') 

22. Roller Operator, Asphalt 

23. Rubber-T1 red Earthmovlng Equipment (Scrapers) 

24. Slip Form Paver (concrete or asphalt) 

25. Small Tractor with Drag 

26. Soil Stabilizer (P&H or equal) 

27. Timber Skldder 

28. Track Loader up to 4 yards 

29. Tractor Drawn Scraper 

30. Tractor, Compressor Drill Combination 

31. Tunnel Mole Bore Operator 

32. Welder 
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Group 
1. 
2 . 

3. 

4 . 

5. 
6 . 
7 . 

8 . 

9. 

10 . 

1 1 . 

12 . 

13 . 

14 . 

15. 
16 . 

17. 

18. 
19. 

Group 
1 . 
2 . 

3. 

4 . 

5. 

6. 
7 . 
8 . 

9. 

10 . 


11 . 
12 . 

13. 

14. 

15. 

16. 

17. 

18. 

19. 

20 . 
21 . 
22 . 

23. 

24. 

25. 

26. 


Group 
1 . 
2 . 


Woods-Mlxer (and other similar Pugmlll) 

5: 

Cast-in-Place Pipe Laying Machine 
Combination Slusher and Motor Operator 

Concrete Conveyor or Concrete Pump, Truck or Equipment mounted 
Concrete Conveyor, Building site 
Concrete Pump or Pumpcrete Guns 

Drilling Equipment, Watson 2000, Texoma 700 or similar 
Drilling and Boring Machinery. Horizontal (not to apply to 
waterllners, wagon drills or jackhammers) 

Concrete Mixer/all 

Man and/or Material Holst 

Mechanical Finishers (concrete) (Clary, Johnson, Bldwell Bridge 
Deck or similar types) 

Mechanical Burm, Curb and/or Curb and Gutter Machine, Concrete 

or Asphalt 

Mine or Shaft Holst 

Portable Crushers 

Power Jumbo Operator (setting slip-forms, etc.. In tunnels) 
Screed (automatic or manual) 

Self Propelled Compactor with Dozer 
Tractor with boom D6 or smaller 

Trenching Machine, maximum digging capacity over 5 ft. depth 
Vermeer T-600B Rock Cutter 


6 : 

Armor-Coater (or similar) 

Ballast Jack Tamper 

Boom-Type Backfilling Machine 

Asst. Plant Engineer 

Bridge and/or Gantry Crane 

Chemical Grouting Machine, truck mounted 

Chip Spreading Machine Operator 

Concrete Saws (self-propelled unit on streets, highways, 
airports, and canals) 

Deck Engineer 

Drilling Equipment Texoma 600, Hughes 200 Series or similar up 
to and Including 30 ft. m.r.c. 

Drill Doctor 
Elevator Operator 
Helicopter Radio Operator 
Hydro-Hammer or similar 
Line Master 
Locomotive 

Lull Hl-Llft or similar 
Truck Crane Oiler 

Pavement Breaker, Truck Mounted, with compressor combination 

Petro Mat Laying Machine 

Pipe Bending Machine (pipelines only) 

Pipe Wrapping Machine (tractor propelled and supported) 

Screed, (except asphaltic concrete paving) 

Self Propelled Pipeline Wrapping Machine 

Soils & Materials Tester 

Tractor 


7: 

Ballast Regulator 

Boom Truck or dual-purpose A-Frame Truck 
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4 . 
5. 
€ . 

7. 

8 . 
9. 

10 . 

11 . 
12 . 

13. 

14. 

15. 
16 . 
17 . 
18. 

19. 

20 . 
21 . 

22 . 

23. 

24. 

25. 

26. 

27 . 

28 . 


(construction 


Cary Lift or similar 

Comtolnation Slurry Mixer and/or Cleaner 
Drilling Equipment, 20 ft. and under m.r.c, 

FI retender Hot Plant 

Forklift (20' and over) or Lumber Stacker 
jobsite) 

Grouting Machine Operator 

High!ine Cableway Signal person 

Stationary Belt Loader (Kolman or similar) 

Lift Slab Machine (Vagtborg and similar types) 

Maglnnes Internal Full Slab Vibrator 
Material Holst (1 Drum) 

Mechanical Trench Shield 
Motor operator 

Partsperson (heavy duty repair shop parts room) 

Pavement Breaker with or without Compressor Combination 
Pipe Cleaning Machine (tractor propelled and supported) 
Post Driver 


Roller (except Asphalt) 

Self Propelled Automatically Applied Concrete Curing Machine 
(on streets, highways, airports and canals) 

Self Propelled Compactor (without dozer) 

SI goal person 

Slip-Form Pumps (lifting device for concrete forms) 

Tie Spacer 
Tower Mobile 

Trenching Machine - maximum digging capacity up to and 
Including 5 ft. depth 
Truck Type Loader 


Group 8 : 

1. Bit Sharpener 

2. Boiler Tender 

3. Box Operator 

4. Brakeperson 

5. Combination Mlxar and Compressor (gunlte) 

6. Compressor Operator 

7. Deckhand 

8. FI retender 

9. Forklift (under 20 feet) 

10. Generators 

11. Heavy Duty Repair Helper 

12. Hydraulic Monitor 

13. Ken Seal Machine (or similar) 

14. Mlxermobille 

15. Oiler 

16. Pump Operator 

17. Refrigeration Plant 

18. Reservoir-Debris Tug (Self-Propel 1ed Floating) 

19. Ross Carrier (Construction site) 

20. Rotomlst Operator 

21. Self Propelled Tape Machine 

22. Shuttlecer 

23. Self Propelled Power Sweeper Operator 

24. Slusher Operator 

25. Surface Heater 

26. Swltchperson 

27. Tar Pot FI retender 

28. Tugger Holst, Single Drum 
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29. Vacuum Cooling Plant 

30. Welding Machine (powered other than by electricity) 

POWER EQUIPMENT OPERATORS: DREDGING 
Clamshell and Dipper Dredging; Hydraulic Suction Dredging: 

Group 1: Deck assistant 

Group 2: Bargehand; Deckhand; Firefighter; Leveehand; Oiler 
Group 3: Dredge dozer. Dredge tender (suction) 

Group 4: Booster pump operator; Deck engineer; Deckmate: Welder 
and/or mechanic; Watch engineer; Welder 
Group 5; Lever; Clamshell operator (up to and Including 7 cu. yds 
m.r.c.); Clamshell operator (over 7 cu. yds. m.r.c.) 

Group 6; Chief Engineer 

POWER EQUIPMENT OPERATORS: 

ALL CRANES AND ATTACHMENTS: 

Group 1-A 

1. Clamshells and Draglines over 7 cu. yds. 

2. Cranes over 100 tons 

3. Derrick, over 100 tons 

4. Derrick Barge Pedestal mounted over 100 tons 

5. Self Propelled Boom Type Lifting Device over 100 tons 

Group 2-A 

1. Clamshells and Draglines up to and including 7 cu. yads. 

2. Cranes over 45 tons up to and Including 100 tons 

3. Derrick Barge 100 tons and under 

4. Self Propelled Boom Type Lifting Device over 45 tons 

5. Tower Cranes 

Group 3-A 

1. Cranes 45 tons and under 

2. Self Propelled Boom Type Lifting Device 45 tons and under 

POWER EQUIPMENT OPERATORS CONT.: 

TUNNEL AND UNDERGROUND WORK: 


Group 1: Heading shield operator; Heavy duty repalrperson/weider; 
Mucking machine; Raised bore operator; Tunnel mole bore operator 

Group 2: Combination si usher and motor operator; Concrete pump or 
pumpcrete guns; Power Jumbo operator 

Group 3: Drill doctor; Mine or shaft hoist 

Group 4: Combination slurry mixer cleaner; Grouting machine opeartor; 
motoR person 

Group 5: Bit sharpener; Brake person; Combination mixer and 
compressor (gunlte); Compressor operator; Oiler (assistant to 
engineer); Pump operator; Slusher operator 

STEEL ERECTORS: 


Group 1: 

1. Cranes over 100 tons 
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2. Derrick over 100 tons 

3. Self Propelled Boom Type Lifting Devices over 100 tons 
Group 2: 

1. Cranes over 45 tons up to and Including 100 tons- 

2 . Derrick, IOC' tons and under 

3. Self Propelled Boom Type Lifting Device, over 45 tons 
Group 3: 

1. Cranes, 45 tons and under 

2. Self Propelled Boom Type Lifting Device, 45 tons and under 

3. Tower Crane 

Group 4: 

1. Chicago Boom 

2. Forklift, 10 tons and over 

3. Heavy Duty Repa1rperson/Welder 

Group 5: 

1. Boom Cat 


PILEDRIVERS 

Group 1 

1. Derrick Barge Pedestal mounted over 100 tons 

2. Clamshells over 7 cui. yds. 

3 Self Propelled Boom Type Lifting Device over 100 tons 

4 Truck Cranes or Crawler, land or barge mounted over 100 tons 

Group 2 

1. Derrick Barge Pedestal mounted 45 tons up to and Including 100 

tons 

2. Clamshells up to and Including 7 cu. yds. 

3. Self Prope' led Boom Type LIf trig Device over 45 tons 

4. Truck Crane or Crawler, land or barge mounted, over 45 tons up 
to and Including 10O tons 

Group 3 

1 . Derrick Barge Pedestal mounted under 45 tons 

2. Self Propelled Boom Type Lifting Device 45 tons and under 

3. Skid/Scow Plledrlver, any tonnage 

4. Truck Crane or Crawler, land or barge mounted 45 tons and 
under 

Group 4 

1. Assistant Operator In lieu of Assistant to Engineer 

2. Forklift, 10 tons and over 

3. Heavy Duty Rep®1rperson/We1der 

Group 6 

1. Deck Engineer 

Group 8 

1. Deckhand 

2. FI retender 

TRUCK DRIVERS 
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Group 1: Bulk Cement Spreader (w/wo Auger, under 4 yds. water leve') 
Bus Driver; Concrete Pump Machine; Concrete Pump Truck 
(when Flat Rack Truck is used appropriate Flat Rack rate shall 
apply); Dump (under 4 yds. water level); Dumpcrete Truck (under 4 
yds. water level); Dumpster (under 4 yds. water level); Escort or 
Pilot Car Driver; Nipper Truck (when Flat Rack Truck is used 
appropriate Flat Rack rate shall apply); Pickups; Skids (Debris Box, 
under 4 yds. water level); Team Drivers; Trucks (Dry Pre-batch 
Concrete Mix, under 4 yds. water level) 

Group 2: Teamster Oiler and/or Greaser and/or Service 

Group 3: Bulk Cement Spreader (w/wo Auger, 4 yd. and under 6 yds. 
water level); Dump (4 yds. and under 6 yds. water level); Dump¬ 
crete (4 yds. and under 6 yds. water level); Dumpster (4 yds. 
and under G yds. water level); Skids (Debris Box, 4 yds. and under 
6 yds. water level); Single Unit Flat Rack (2 axle unit); 

Industrial Lift Truck (mechanical Tailgate); Trucks (Dry Pre¬ 
batch Concrete Mix, 4 yds. and under 6 yds. water level) 


Group 4: 
Group 5: 

Group 6: 
Group 7; 
Group 8: 
Group 9: 


Jetting Truck and Water Truck (under 2,500 gallons) 
Road Oil Trucks or Boot 
Lift Jitneys, Fork Lift 
Transit Mix, Agitator (under 6 yds.) 

Fuel and/or Grease Truck Driver or Fuel worker 
Vacuum Truck, under 3,500 gallons 


Group 10; Scissor Truck; Single unit Flat Rack (3 axle unit); 
Industrial Lift Truck (mechanical tailgate); Small rubber tired 
tractor (when used within Teamsters' jurisdiction) 


Group 11: Jetting Truck and Water Trucks, 2,500 gallons and 
under 4,000 gallons 


Group 12; Combination Winch Truck with Holst; Transit Mix or Agitato 
(6 yds. and under 8 yds.) 

Group 13: Vacuum Truck, 3,500 gallons and under 5,500 gallons 

Group 14: Rubber-tired Muck Car (not self-loaded) 

Group 15: Bulk Cement Spreader (w/wo Auger, G yds. and under 8 
yds. water level); Dump (6 yds. and under 8 yds. water level); 
Dumpcrete (6 yds. and under 8 yds. water level); Dumpster (6 
yds. and under 8 yds. water level); Skids (Debris Box, 6 yds. 
and under 8 yds. water level); Trucks (Dry Pre-batch Concrete Mix, . 
6 yds. and under 8 yds. water level) 


Group 16: A-Frame, Winch Truck; Buggymoblle; Jetting and Water 
Truck (4,000 gallons and under 5,000 gallons); Rubber Tire Truck 
Jumbo 

Group 17: Heavy Duty Transport (high bed) 
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Group 

18 

Group 

19 

Group 

20 

Group 

21 


7,000 gal 


Ross Hyster and similar Straddle Carrier 

Transit Mix or Agitator (8 yds. through 10 yds.) 

Vacuum Truck (5,500 gallons and under 7,500 gallons) 

Jetting Truck and Water Truck (5,000 gallons and under 
ons) 


Group 22: Combination Boot and Roac Oiler 

Group 23: Transit Mix or Agitator (over 10 yds. through 12 yds.) 

Group 24: Bulk Cement Spreader (w/wo Auger, 8 yds. and Including 
12 yds. water level); Dump (8 yds. and including 12 yds. water 
level); Dumpcrete (8 yds. and Including 12 yds. water level); 
Self-propelled Street Sweeper with self-contained refuse bin; 
Skids (Debris Box, 8 yds. and Including 12 yds. water level); 
Snow Go and/or Snow Plow; Truck (Dry Pre-batch Concrete Mix, 

8 yds. and including 12 yds. water level) 


Group 25: Heavy Duty Transport (Gooseneck Lowbed); Transit Mix or 
Agitator (over 12 yds. through 14 yds.) 


Group 26: Ammonia Nitrate Distributor Driver and Mixer; Bulk Cement 
Spreader (w/wo Auger, over 12 yds. and Including 18 yds. water 
level); Dump (over 12 yds., and Including 18 yds. water level); 
Dumpcrete (over 12 yds. and Including 18 yds. water level); Dumpster 
(over 12 yds. and Including 18 yds. water level); Truck (Dry Pre¬ 
batch Concrete Mix, over 12 yds. and Including 18 yds. water level) 


Group 27: Double Gooseneck (7 or more axles); Heavy Duty Transport 
Tiller 


Group 28: P.B. or similar type self-loading Truck 

Group 29: Transit Mix Agitator (over 14 yds. through 16 yds.) 

Group 30: Truck Repair; Hydro-lift or Swedish crane type (incl. when 
Swedish crane is used for jetting); Hydro-lift extension or 
retracting crane (Boom-type) 


Group 31: Bulk Cement Spreader (w/wo Auger, over 18 yds. and in¬ 
cluding 24 yds. water level); Combination Dump and Dump Trailer; 
Dump (over 18 yds. anc! Including 24 yds. water level): Dumpcrete 
(over 18 yds. and Including 24 yds. water level); Dumpster (over 
18 yds. and including 24 yds. water level); Skid (Debris Box, over 
18 yds. and Including 24 yds. water level); Transit Mix Agitator 
(over 12 yds. through 16 yds.); Trucks (Dry Pre-batch Concrete Mix, 
over 18 yds. and including 24 yds. water level) 


Group 32: Bulk Cement Spreader (w/wo Auger, over 24 yds. and In¬ 
cluding 35 yds. water level); Dump (over 24 yds. and including 35 
yds. water level); Dumpcrete (over 24 yds. and including 35 yds. 
water level); Dumpster (over 24 yds. and Including 35 yds. water 
level); DW 10's, 20's, 21's and other similar Cat type, Terra Cobra, 
LeTournapul1s, Tournarocker, Euclid and similar type equipment when 
pulling Fuel.and/or Grease Tank Trailers or other mlsc. Trailers; 
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Skids (Debris Box, over 24 yds. and including 35 yds. water level); 
Trucks (Dry Pre-batch Concrete Mix. over 24 yds. and Including 35 
yds water level) 


Group 33: Bulk Cement Spreader (w/wo Auger, over 35 yds. and in¬ 
cluding 50 yds. water'1evel); Dump (over 35 yds. and including 50 
yds. water level); Dumpcrete (over 35 yds. and including 50 yds. 
water leve 1 ); Dumpster (over 35 yds. and Including 50 yds water 
level); Skids (Debris Box, over 35 yds. and Including 50 yds. 
water level); Trucks (Dry Pre-batch Concrete Mix-, over 35 yds. and 
Including 50 yds. water level) 


Group 34: DW 10's 20's, 21's and other similar Cat type. Terra 
Cobra. LeTournapu11s, Tournarocker. Euclid and similar type equip¬ 
ment when pulling Aqua/Pak or Water Tank Trailers 

Group 35: Bulk Cement Spreader (w/wo Auger, over 50 yds. and 
under 65 yds. water level); Dump (over 50 yds. and under 65 yds. 
water level); Dumpcrete (over 50 yds. and under 65 yds. water 
level); Dumpster (over 50 yds and under 65 yds. water level); 
Helicopter Pilot (when transporting workers or materials); Skids 
(Debris Box, over 50 yds. and under 65 yds water level); Trucks 
(Dry Pre-batch Concrete Mix, over 50 yds. and under 65 yds. water 
level ) 

Group 36: Bulk Cement Spreader (w/wo Auger, over 65 yds. and in¬ 
cluding 80 yds. water level); Dump (65 yds. and Including 80 yds. 
water level); Dumpcrete (over 65 yds. and Including 80 yds. water 
level); Dumpster (over 65 yds and Including 80 yds. water level); 
Skids (Debris Box, 65 yds and Including 80 yds. water level); 
Trucks (Dry Pre-batch Concrete Mix, 65 yds. and Including 80 yds. 
water 1evel) 


Group 37: Bulk Cement Spreader (w/wo Auger, over 80 yds. and in¬ 
cluding 95 yds. water level); Dump (over 80 yds. and Including 
95 yds. water level); Dumpcrete (over 80 yds. and Including 95 
yds. water level); Dumpster (over 80 yds. and Including 95 yds. 
water level); Skids (Debris Box. over 80 yds. and Including 95 
yds. water level); Trucks (Dry Pre-batch Concrete Mix, over 80 
yds. and Including 95 yds. water level) 


AREA DESCRIPTIONS 
FOR 

POWER EQUIPMENT OPERATORS 

POWER EQUIPMENT OPERATORS: ALL CRANES AND ATTACHMENTS 

AREAS I and II 

AREA I: All areas Included In the description defined below 
which Is based upon Township and Range Lines of AREAS I and II. 

Commencing In the Pacific Ocean on the extension of the Southerly 
line of Township 19S. 

Thence Easterly along the Southerly line to Township 19S, 
crossing the Mt. Diablo Meridian to the S.W. corner of 
Township 19S, range 6E, Mt. Diablo Base Line and Meridian, 

Thence Southerly to the S.W. corner of township 20S, range 6E, 
Thence Easterly to the S.W. corner of township 20S, range 13E, 
Thense Southerly to the S.W. corner of township 21S, range 13E, 
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Thence Easterly to the S.W. corner of township 2 IS. range 17E, 
Thence Southerly to the S.W. corner of township 22S, range 17E, 
Thence Easterly to the S.E. corner of township 22S, range 17E, 
Thence Southerly to the S.W. corner of township 23S. range 18E, 
Thence Easterly to the S.E. corner of township 23S, range 18E, 
Thence Southerly to the S.W. corner of township 24S, range 19E, 
falling on the Southerly Line of Kings County, thence Easterly 
along the Southerly Boundary of Kings County and the Southerly 
Boundary of Tulare County, to the S.E. corner of township ;24S, 
range 29E, 


Thence Northerly to the N.E. corner of township 2 IS, range 29E. 
Thence Westerly to the N.W. corner of township 2 IS, range 29E, 
Thence Northerly to the N.E. corner of township 13S. range 28E. 
Thence Westerly to the N.W. corner of township 13S, range 28E. 
Thence Northerly to the N.E. corner of township 11$. range 27E, 
Thence Westerly to the N.W. corner of township US, range 27E, 
Thence Northerly to the N.E. corner of township 10S, range 26E, 
Thence Westerly to the N.W, corner of township 10S, range 26E. 
Thence Northerly to the N.E. corner of township 9S, range 25E, 
Thence Westerly to the N.W. corner of township 9S, range 25E, 
Thence Northerly to the N.E. corner of township 8S, range 24E, 
Thence Westerly to the N.W. corner of township 8S, range 24E, 
Thence Northerly to the N.E. corner of township 65. range 23E, 
Thence Westerly to the S.E. corner of township 5S, range 19E, 
Thence Northerly to the S.E. corner of township 5S, range 19E, 
Thence Westerly to the N.W. corner of township 55. range 19E, 
Thence Northerly to the N.E. corner of township 3S, range 18E, 
Thence Westerly to the N.W. corner of township 35, range 18E, 
Thence Northerly to the N.E. corner of township 2S, range 17L', 
Thence Westerly to the N.W. corner of township 2S, range 17E, 
Thence Northerly crossing the Mt. Diablo Baseline to the N.E. 

corner of township 2N, ranges 16E, 

Thence Westerly to the N.W. corner of township 2N. range 16IE, 
Thence Northerly to the N.E. corner of township 3N. range 15E, 
Thence Westerly to the N.E. corner of township 3N. range 15E, 
Thence Northerly to the N.E. corner of township 4N, range 14E. 
Thence Westerly to the N.W. corner of township 4N. range 14E, 
Thence Northerly to the N.E. corner of township 5N. range 13E, 
Thence Westerly to the N.E. corner of township 5N, range 13E, 
Thence Northerly to the N.E, corner of township ION. range 12E. 
Thence Easterly to the S.E. corner of township 11N, range 14E, 
Thence Northerly to the N.E, corner of township 11N, range 14E, 
Thence Westerly to the N.E. corner of township 11N, range 10E, 
Thence Northerly to the N.E, corner of township 15N, range 10E, 
Thence Easterly to the S.E. corner of township 16N, range 11E, 
Thence Northerly to the N.E, corner of township 16N, range 11E, 
Thence Easterly to the S.E. corner of township 17N, range 14E, 
Thence Southerly to the S.W, corner of township 14N, range 14E, 
Thence Easterly to the S.E. corner of township 14N, range 15E, 
Thence Southerly to the S.W,, corner of township 13N, range 16E, 
Thence Easterly to the S.E. corner of township 13N, range 1SE, 
Thence Southerly to the S.W. corner of township 12N, range 17E, 
Thence Easterly along the Southern Line to township 12N to the 
Eastern Boundary of the State of California, to the State of 
California to the N.E. corner of township 17N, range 18E, 
Thence Westerly to the N.W. corner of township 17N, range 11E, 
Thence Northerly to the N.E. corner of township 20N, range 10E, 
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Thence Westerly to the N.W. 
Thence Northerly to the N.E 
Thence Westerly to the N.W. 
Thence Northerly to the N.E 
Thence Westerly to the N.W. 
Thence Northerly to the S.W 
Thence Easterly to the S.E. 
Thence Northerly to the N.E 
Thence Westerly to the N.W. 
Thence Northerly to the N.E 
Thence Westerly to the N.W. 
Thence Northerly along the Mt 
of Township 34N, range 1W. 
Thence Westerly to the N.W. 
Thence Southerly to the N.E. 
Thence Westerly to the N.W. 
Thence Southerly to the S.W. 
Thence Easterly to the S.E. 
Thence Southerly to the S.W. 
Thence Easterly to the S E 
Thence Southerly to the S.W. 
Thence Westerly to the S.E. 
Thence Northerly to the N.E. 
Thence Westerly to the N.W. 
Thence Northerly to theN.E. 
Thence Westerly to the S.E. 
Thence Northerly to the N.E. 
Thence Westerly to the N.W. 
Thence Northerly to the N.E. 
Thence Westerly to the N.W. 
Thence Southerly to the S.W. 
Thence Easterly to the S.E. 
Thence Southerly to the S.W. 
Thence Westerly to the N.W. 
Thence Southerly to the S.W. 
Thence Easterly to the S.E 
Thence Southerly to the S.W. 
Thence Easterly to the S.E 
Thence Southerly to the S.W. 
Thence 
Thence 


corner of township 20N, range 20E 
corner of township 21N, range 9E 
corner of township 21N, range 9E, 
corner of township 22N, range 8E 
corner of township 27N, range 8E, 
corner of township 27N, range 8E 
corner of township 27N, range 8E, 
corner of township 28N, range 8E 
corner of township 28N, range 7E, 
corner of township 30N. range 6E 
corner of township 30N, range IE, 


Diablo Meridian to the N.E. corner 


corner of township 34N, 
corner of township 32N, 
corner of township 32N, 
corner of township 30N, 
corner of township 30N, 
corner of township 16N, 
corner of township 16N, 
corner of township 14N, 
corner of township 14N, 
corner of township 14N, 
corner of township 14N, 
corner of township 15N, 
corner of township 1SN, 
corner of township 16N, 
corner of township 16N, 
corner of township 18N, 
corner of township 18N, 
corner of township 18N, 
corner of township 18N, 
corner of township 16N, 
corner of township 15N, 
corner of township 14N, 
corner of township 17N, 
corner of township 13N, 
corner of township 13N, 
corner of township 11N, 
corner of township ilN, 


range SW, 
range 7W, 
range 7W, 
range 7W, 
range 7W, 
range 6W, 
range 6W, 
range 5W, 
range 7W, 
range 7W, 
range 7W, 
range 8W, 
range 12W, 
range 12W, 
range 12W, 
range 12W, 
range 14W, 
range 14W, 
range 14W, 
range 13W, 
range 14W, 
range 14W, 
range 14W, 
range 13W, 
range 13W, 
range 12W. 
range 12W, 


Easterly to the S.E 

Southerly along the Eastern Line to range 12W, to the 
Pacific Ocean excluding that portion of Northern California 
within Santa Clara County included within the following line: 

Commencing at the N.W. corner of township 6S, range 3E, 

Mt. Diablo Baseline and Meridian: 

Thence In a Southerly direction to the S.W. corner of township 
7S, range 3E, 

Thence In a Easterly direction to the S.E. corner of township 
7S, range 4E, 

Thence In a Northerly direction to the N.E. corner of township 
6S, range 4E. 

Thence In a Westerly direction to the N.W. corner of township 
6S, range 3E, to the point of beginning which portion Is a 
part of Area 2. 

AREA 1: also Includes that portion of Northern California within 
the following lines: 

Commencing In the Pacific Ocean on a extension of the Southerly 
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line to township 2N, Humboldt Baseline and Meridian: 

Thence Easterly along the Southerly line to Township 2N, to 
the S.W. corner of Township 2N, range 1W. 

Thence Southerly to the S.W. corner of township IN, range 1W, 

Thence Easterly along the Humboldt Baseline to the S.W. corner 
of township IN, range 2E, 

Thence Southerly to the S.W. corner of township 2S, range 2E, 

Thence Easterly to the S.E. corner of township 2S. range 2E, 

Thence Southerly to the S.W. corner of township 4S, range 3E, 

Thence Easterly to the S.E. corner of township 4S, range 3E, 

Thence Northerly to the N.E. corner of township 2S. range 3E, 

Thence Westerly to the N.W. corner of township 2S, range 3E, 

Thence Northerly crossing the Humboldt Baseline to the S.W. 

corner of township IN, range 3E, 

Thence Easterly along the Humboldt Baseline to the S.E. corner 
of township IN, range 3E. 

Thence Northerly to the N.E. corner of township 9N, range 3E, 

Thence Westerly to the N.W. corner of township 9N, range 2E, 

Thence Northerly to the N.E. corner of township ION, range IE, 

Thence Westerly along the Northerly line; to township ION, into 
the Pacific Ocean. 

AREA I: also Includes that portion of Northern California Included 
within the following lines: 

Commencing at the Northerly boundary of the State of California 
at the N.W. corner of township 48N. range 7W. Mt . Diablo Baseline 
and Meridian: 

Thence Southerly to the S.W. corner of township 44N, range 7W, 

Thence Easterly to the S.E. corner of township 44N, range 7W, 

Thence Southerly to the S.W. corner of township 43N, range 6W, 

Thence Easterly to the S.E. corner of township 43N, range 5W, 

Thence Northerly to the N.E. corner of township 48N, range 5W, 
on the Northerly boundary of the State of California, 

Thence Westerly along the Northerly boundary of the State of 
California to the point of beginning. 

AREA II: All areas not Included within AREA I as defined. 


Unlisted classifications needed for work not included within the 
scope of the classifications listed may be added after award only 
as provided In the labor standards contract clauses (29 CFR, 5.5 

(a)(1)(H)). 
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SOIL CONSERVATION SERVICE 
SUPPLEMENT TO OSHA PARTS 1910 AND 1926 
CONSTRUCTION INDUSTRY STANDARDS AND INTERPRETATIONS 


The contractor shall comply with OSHA (Occupational Safety and Health 
Administration) Parts 1910 and 1926, Construction Industry Standards and 
Interpretations, and with this supplement. 

Requests for variances or waivers from this supplement are to be made to the 
contracting officer in writing supported by evidence that every reasonable 
effort has been made to comply with the contractual requirements. A written 
request for a waiver or a variance shall include— 

(1) Specific reference to the provision or standard in question; 

(2) An explanation as to why the waiver is considered justified; and 

(3) The contractor's proposed alternative, including technical drawings, 
materials, or equipment specifications needed to enable the contracting 

officer to render a decision. 

No waiver or variance will be approved if it endangers any person. The 
contractor shall not proceed under any requested revision of a provision until 
the contracting officer has given written approval. The contractor is to hold 
and save harmless the Soil Conservation Service free from any claims or causes 
of action whatsoever resulting from the contractor or subcontractors proceeding 
under a waiver or approved variance. 

Copies of OSHA Parts 1910 and 1926, Construction Industry Standards and 
Interpretations, may be obtained from: 

Superintendent of Documents 
U. S. Government Printing Office 
Washington, D. C. 20402 



SOIL CONSERVATION SERVICE 
SUPPLEMENT TO OSHA PARTS 1910 AND 1926 
CONSTRUCTION INDUSTRY STANDARDS AND INTERPRETATIONS 

GENERAL CONTRACTOR REQUIREMENTS 


1.1 SAFETY PROGRAM. Eadh contractor is to demonstrate that he or she has 
facilities for conducting a safety program commensurate with the work 
under contract. The contractor is to submit in writing a proposed 
comprehensive safety program to the contracting officer for approval 
before the start of construction operations. The program is to 
specifically state what provisions the contractor proposes to take for 
the health and safety of all employees, including subcontractors and 
rental equipment operators. The program shall be site specific and 
provide details relevant to the work to be done, the hazards associated 
with the work, and the actions that will be necessary to minimize the 
identified hazards. 

1.2 PRECONSTRUCTION SAFETY MEETING. Representatives for the contractor are 
to meet with the contracting officer (CO) or the C0*s representative 
before the start of construction to discuss the safety program and the 
implementation of all health and safety standards pertinent to the work 
under this contract. 

1.3 JOINT SAFETY POLICY COMMITTEE. The contractor or designated onsite 
representative is to participate in monthly meetings of a Joint Safety 
Policy Committee, composed of Soil Conservation Service and contractor 
supervisory personnel. At these meetings the contractor's project 
manager and the contracting; officer will review the effectiveness of 
the contractor's safety effort, resolve current health and safety 
problems, and coordinate safety activities for upcoming work. 

1.4 SAFETY PERSONNEL. Each contractor is to designate a competent 
supervisory employee satisfactory to the contracting officer to 
administer the safety program. 

1.5 SAFETY MEETINGS. A minimum of one "on-the-job” or "toolbox" safety 
meeting is to be conducted each week by all field supervisors or 
foremen and attended by mechanics and all construction personnel at the 
jobsite. The contractor is to also conduct regularly scheduled 
supervisory safety meetings at least monthly for all levels of job 
supervision. 

1.6 SAFETY INSPECTION. The contractor shall perform frequent and regular- 
safety inspections of the jobsite, materials, and equipment, and shall 
correct deficiencies. 

1.7 FIRST AID TRAINING. Every contractor foreman's work crew must include 
an employee who has a current first aid certificate from the Mine 
Safety and Health Administration, .American Red Cross, or other 
state-approved organization. 



1.8 


REPORTS. Each contractor is to maintain an accurate record of all 
job-related deaths, diseases, or disabling injuries. The records shall 
be maintained in a manner approved by the contracting officer. A copy 
of all reports is to be provided to the contracting officer. All fatal 
or serious injuries are to be reported immediately to the contracting 
officer, and every assistance is to be given in the investigation of 
the incident, including submission of a comprehensive narrative report 
to the contracting officer. Other occurrences with serious accident 
potential, such as equipment failures, slides, and cave-ins, must also 
be reported immediately. The contractor is to assist and cooperate 
fully with the contracting officer in conducting accident 
investigations. The contracting officer is to be furnished all 
information and data pertinent to investigation of an accident. 

FIRST AID AND MEDICAL FACILITIES 

2.1 FIRST AID KITS. A 16-unit first aid kit approved by the American Red 
Cross is to be provided at accessible, well-identified, locations at 
the ratio of at least 1 kit for each 25 employees. The first aid kits 
are to be moistureproof and dusttight, and the contents of the kits are 
to be replenished as used or as they become ineffective or outdated. 

2.2 EMERGENCY FIRST AID. At least one employee certified to administer 
emergency first aid must be available on each shift and duly designated 
by the contractor to care for injured employees. The names of the 
certified employees shall be posted at the jobsite. 

2.3 COMMUNICATION AND TRANSPORTATION. Prior to the start of work, the 
contractor is to make necessary arrangements for prompt and dependable 
communications, transportation, and medical care for injured 
employees. At least one stretcher and two blankets shall be readily 
available for transporting injured employees. 

2.4 FIRST AID AND MEDICAL REPORTS. The contractor is to maintain a record 
system for first aid and medical treatment on the jobsite. Such 
records are to be readily available to the contracting officer and are 
to include-- 

(a) A daily treatment log listing chronologically all persons treated 
for occupational injuries and illnesses; 

(b) Cumulative record of injury for each individual; 

(c) Monthly statistical records of occupational injuries, classified 
by type and nature of injury; and 

(d) Required records for worker's compensation. 

2.5 SIGNS AND DIRECTIONAL MARKINGS. Adequate identification and 
directional markers are to be provided to readily denote the location 
of all first aid stations. 

2.6 EMERGENCY LISTING. A listing of telephone numbers and addresses of 
doctor, rescue squad, hospital, police, and fire departments is to be 
provided at all first aid locations. 



PHYSICAL QUALIFICATION OF EMPLOYEES 


3.1 GENERAL REQUIREMENTS. Persons employed throughout the contract are to 
be physically qualified to perform their assigned duties. Employees 
must not knowingly be permitted or required to work while their ability 
or alertness is impaired by fatigue, illness, or any other reason that 
may jeopardize themselves or others. 

3.2 HOIST OPERATORS. Operators of cranes, cableways, and other hoisting 
equipment shall be examined annually by a physician and provided with a 
certification stating that they are physically qualified to safely 
operate hoisting equipment. The contractor is to submit a copy of each 
certification to the contracting officer. 

3.3 MOTOR VEHICLE OPERATORS. Operators of motor vehicles engaged primarily 
in the transportation of personnel are to be 18 years of age or older 
and have a valid state operator's permit or license for the equipment 
being operated. The operators must have passed a physical examination 
administered by a licensed physician within the past year showing that 
they are physically qualified to operate vehicles safely. 

PERSONAL PROTECTIVE EQUIPMENT 

4.1 HARDHAT AREAS. The entire jobsite, with the exception of offices, 
shall be considered a hardbat area. All persons entering the area are, 
without exception, required to wear hardhats. The contractor shall, 
provide hardhats for visiters entering hardhat areas. 

4.1.1 LABELS. Hardhats shall bear a manufacturer's label indicating design 
compliance with the appropriate ANSI (American National Standards 
Institute) standard. 

4.2 POSTING, Signs at least 3 by 4 feet worded as follows with red letters 

(minimum 6 inches high) and white background shall be erected at access 
points to designated hardhat areas: 

CONSTRUCTION AREA—-HARDHATS REQUIRED 
BEYOND THIS POINT 

These signs are to be furnished and installed by the contractor at 
entries to shops, construction yards, and job access points. 

MACHINERY AND MECHANIZED EQUIPMENT 

5.1 SAFE CONDITION. Before any machinery or mechanized equipment is 
initially used on the job, it must be inspected and tested by qualified 
personnel and determined to be in safe operating condition and 
appropriate for the intended use. Operators shall inspect their 
equipment prior to the beginning of each shift. Any deficiencies or 
defects shall be corrected prior to using the equipment. Safety 
equipment, such as seatbelts, installed on machinery is to be used by 
equipment operators. 



5.2 TAGGING AND LOCKING. The controls of power-driven equipment under 
repair are to be locked. An effective lockout and tagging procedure is 
to be established, prescribing specific responsibilities and safety 
procedures to be followed by the person or persons performing repair 
work. 

5.3 HAUL ROADS FOR EQUIPMENT 

5.3.1 ROAD MAINTENANCE. The contractor shall maintain all roadways, 
including haul roads and access roads, in a safe condition so as to 
eliminate or control dust and ice hazards. Wherever dust is a hazard, 
adequate dust-laying equipment shall be available at the jobsite and 
utilized to control the dust. 

5.3.2 SINGLE-LANE HAUL ROADS. Single-lane haul roads with two-way traffic 
shall have adequate turnouts. Where turnouts are not practical, a 
traffic control system shall be provided to prevent accidents. 

5.3.3 TWO-WAY HAUL ROADS. On two-way haul roads, arrangements are to be such 
that vehicles travel on the right side wherever possible. Signs and 
traffic control devices are to be employed to indicate clearly any 
variations from a right-hand traffic pattern. The road shall be wide 
enough to permit safe passage of opposing traffic, considering the type 
of hauling equipment used. 

5.3.4 DESIGN AND CONSTRUCTION OF HAUL ROADS. Haul road design criteria and 
drawings, if requested by the contracting officer, are to be submitted 
for approval prior to road construction. Sustained grades shall not 
exceed 12 percent and all curves shall have open-sight line with as 
great a radius as practical. All roads shall be posted with curve 
signs and maximum speed limits that will permit the equipment to be 
stopped within one-half the minimum sight distance. 

5.3.5 OPERATORS. Machinery and mechanized equipment shall be operated only 
by authorized qualified persons. 

5.3.6 RIDING ON EQUIPMENT. Riding on equipment by unauthorized personnel is 
prohibited. Seating and safety belts shall be provided for the 
operator and all passengers. 

5.3.7 GETTING ON OR OFF EQUIPMENT. Getting on or off equipment while the 
equipment is in motion is prohibited. 

5.3.8 HOURS OF OPERATION. Except in emergencies, an equipment operator shall 
not operate any mobile or hoisting equipment for more than 12 hours 
without an 8-hour rest interval away from the job. 

5.4 POWER CRANES AND HOISTS (TRUCK CRANES, CRAWLER CRANES, TOWER CRANES, 

GANTRY CRANES, HAMMERHEAD CRANES, DERRICKS, CABLEWAYS, AND HOISTS) 

5.4.1 PERFORMANCE TEST. Before initial onsite operation, at 12-month 

intervals, and after major repairs or modification, power cranes, 
derricks, cableways, and hoists must satisfactorily complete a 
performance test to demonstrate the equipment's ability to safely 



handle and maneuver the rated loads. The tests shall be conducted in 
the presence of a representative of the contracting officer. Test: data 
shall be recorded and a copy furnished the contracting officer. 

5.4.2 PERFORMANCE TEST—POWER CRANES (Crawler mounted, truck mounted, and 
wheel mounted). The performance test is to be carried out with 
outriggers set and with a test load weighing 110 percent of the rated 
capacity when the boom angle is from 30® to 60® above the horizontal. 
The test is to consist of raising, lowering and braking the load and 
rotating the test load through 360“ at the specified boom angle or 
radius. Cranes equipped with jibs or boom tip extensions are to be 
tested using both the main boom and Che jib, with an appropriate test 
load in each case. 

5.4.3 PERFORMANCE TEST—DERRICKS, GANTRY CRANES, TOWER CRANES, CABLEWAYS, AND 
HOISTS, INCLUDING OVERHEAD CRANES. This equipment is to be performance 
tested with a test load weighing 110 percent of the rated load. In 
testing cableways, the test load is to be traveled to the upstream and 
downstream limits of travel and thoroughly performance tested in at 
least three travel positions, including both limits of travel. 

5.4.4 BOOM ANGLE INDICATOR. Power cranes (includes draglines) with booms 
capable of moving in the vertical plane shall be provided with a boom 
angle indicator in good working order. 

5.4.5 CRANE TEST CERTIFICATION. The performance test required by 5.4.2 and 
5.4.3 is fulfilled if the contractor provides the contracting officer a 
copy of the certificate of inspection made within the past 12 months by 
a qualified person or by a government or private agency satisfactory to 
the contracting officer. 

5.4.6 POSTING FOR HIGH VOLTAGE LINES. A notice of the 10-foot (or greater) 
clearance required by OSHA 1926.550, Subpart N, shall be posted in the 
operator's cab of cranes, shovels, boom-type concrete pumps, backhoes, 
and related equipment. 

5.4.7 BOOM STOPS. Cranes or derricks with cable-supported booms, except 
draglines, shall have a device attached between the gantry of the 
A-frame and the boom chords to limit the elevation of the boom. The 
device shall control the vertical motions of the bootn with increasing 
resistance from 83® or less, until completely stopping the boom at not 
ever 87“ above horizontal. 

5.4.8 SAFETY HOOKS. Hooks used in hoisting personnel or hoisting loads over 
construction personnel or in the immediate vicinity of construction 
personnel shall be forged steel equipped with safety, keepers. When 
shackles are used under these conditions, they shall be of the locking 
type or have the pin secured to prohibit: turning. 

5.5 ROLLOVER PROTECTIVE STRUCTURES (ROFS) 

5.5,1 ROLLOVER PROTECTIVE STRUCTURES. OSHA 1926, Subpart W, Overhead 

Protection, Sections 1000 and 1002 are applicable regardless of the 
year in which the equipment: was manufactured and regardless of the 
struck capacity of the equipment. 



5.5.2 


EQUIPMENT REQUIRING ROPS. The requirement for ROPS meeting 5.5.1 above 
applies to crawler and rubber-tired tractors such as dozers, 
push-and-pull tractors, winch tractors, tractors with backhoes, and 
mowers; off-highway, self-propelled, pneumatic-tired earthmovers, 
including scrapers, motor graders and loaders; and rollers, compactors, 
and water tankers (excluding trucks with cabs). These requirements 
shall also apply to agricultural and industrial tractors and similar 
equipment. 
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PART IV - REPRESENTATIONS AND INSTRUCTIONS 


SECTION K - REPRESENTATIONS, CERTIFICATIONS AND 
OTHER STATEMENTS OF OFFERORS 


K.1 CERTIFICATE OF INDEPENDENT PRICE 

DETERMINATION (FAR 52.203-2) (APR 1985) 

(a) The offeror certifies that— 

(1) The prices in this offer have been arrived at independently, 
without, for the purpose of restricting competition, any 
consultation, communication, or agreement with any other offeror or 
competitor relating to (i) those prices, (ii) the intention to 
submit an offer, or (iii) the methods or factors used to calculate 
the prices offered; 

(2) The prices in this offer have not been and will not be 
knowingly disclosed by the offeror, directly or indirectly, to any 
other offeror or competitor before bid opening (in the case of a 
sealed bid solicitation) or contract award (in the case of a 
negotiated solicitation) unless otherwise required by law; and 

(3) No attempt has been made or will be made by the offeror to 
induce any other concern to submit or not to submit an offer for the 
purpose of restricting competition. 

(b) Each signature on the offer is considered to be a 
certification by the signatory that the signatory— 

(1) Is the person in the offeror's organization responsible for 
determining the prices being offered in this bid or proposal, and 
that the signatory has not participated and will not participate in 
any action contrary to subparagraphs (a)(1) through (a)(3) above; or 

(2) (i) Has been authorized, in writing, to act as agent for the 
following principals in certifying that those principals have not 
participated, and will not participate in any action contrary to 
subparagraphs (a)(1) through (a)(3) above 


[insert full name of person(s) in the offeror's organization 
responsible for determining the prices offered in the bid or 
proposal, and the title of his or her position in the offeror's 
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organization]; 

(ii) As an authorized agent, does certify that the principals 
named in subdivision (b)(2)(i) above have not participated, and will 
not participate, in any action contrary to subparagraphs (a)(1) 
through (a)(3) above; and 

(iii) As an agent, has not personally participated, and will 
not participate, in any action contrary to subparagraphs (a)(1) 
through (a)(3) above. 

(c) If the offeror deletes or modifies subparagraph (a)(2) above, 
the offeror must furnish with its offer a signed statement setting 
forth in detail the circumstances of the disclosure. 


K.2 CONTINGENT PEE REPRESENTATION AND 

AGREEMENT (PAR 52.203-4) (APR 1984) 

(a) Representation. The offeror represents that, except for 
full-time bona fide employees working solely for the offeror, the 
offeror-™ 

[Note: The offeror must check the appropriate boxes. For 
interpretation of the representation, including the term "bona fide 
employee," see Subpart 3*4 of the Federal Acquisition Regulation.] 

(1) [ ] has, [ ] has not employed or retained any person or 
company to solicit or obtain this contract; and 

(2) [ ] has, [ ] has not paid or agreed to pay to any person or 
company employed or retained to solicit or obtain this contract any 
commission, percentage, brokerage, or other fee contingent upon or 
resulting from the award of this contract. 

(b) Agreement. The offeror agrees to provide information 
relating to the above Representation as requested by the 
Contracting Officer and, when subparagraph (a)(1) or (a)(2) is 
answered affirmatively, to promptly submit to the Contracting 
Officer— 


(1) A completed Standard Form 119» Statement of Contingent or 
Other Fees, (SF 119); or 

(2) A signed statement indicating that the SF 119 was previously 
submitted to the same contracting office, including the date and 
applicable solicitation or contract number, and representing that 
the prior SF 119 applies to this offer or quotation. 
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K.3 CERTIFICATION AND DISCLOSURE REGARDING PAYMENTS TO 
INFLUENCE CERTAIN FEDERAL TRANSACTIONS (JAN 1990) 

(DEVIATION) 

(a) The definitions and prohibitions contained in the clause, at 
FAR 52.203-12, Limitation on Payments to Influence Certain Federal 
Transactions, included in this solicitation, are hereby incorporated 
by reference in paragraph (b) of this certification. 

(b) The offeror, by signing its offer, hereby certifies to the 
best of his or her knowledge and belief as of December 23, 1989, 
that 


(1) No Federal appropriated funds have been paid or will be 
paid to any person for influencing or attempting to influence an 
officer or employee of any agency, a Member of Congress, an officer 
or employee of Congress, or an employee of a Member of Congress on 
his or her behalf in connection with the awarding of a contract 
resulting from this solicitation; 

(2) If any funds other than Federal appropriated funds 
(including profit or fee received under a covered Federal 
transaction) have been paid, or will be paid, to any person for 
influencing or attempting to influence an officer or employee of any 
agency, a Member of Congress, an officer or employee of Congress, or 
an employee of a Member of Congress on his or her behalf in 
connection with this solicitation, the offeror shall complete and 
submit, with its offer, 0MB standard form LLL, Disclosure of 
Lobbying Activities, to the Contracting Officer; and 

(3) He.or she will include the language of this certification 
in all subcontract awards at any tier and require that all 
recipients of subcontract awards in excess of $100,000 shall certify 
and disclose accordingly. 

(c) Submission of this certification and disclosure is a 
prerequisite for making or entering into this contract imposed by 
section 1352, title 31, United States Code. Any person who makes an 
expenditure prohibited under this provision or who fails to file or 
amend the disclosure form to be filed or amended by this provision, 
shall be subject to a civil penalty of not less than $10,000, and 
not more than $100,000, for each such failure. 


K.4 TAXPAYER IDENTIFICATION (FAR 52.204-3) (SEP 1989) 

(a) Definitions. 

"Common parent" as used in this solicitation provision, means that 
corporate entity that owns or controls an affiliated group of 
corporations that files its Federal income tax returns on a 
consolidated basis, and of which the offeror is a member. 

"Corporate status" as used in this solicitation provision, means a 
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designation as to whether the offeror is a corporate entity, an 
unincorporated entity (e.g., sole proprietorship or partnership), or 
a corporation providing medical and health care services. 

"Taxpayer Identification Number (TIN)" as used in this 
solicitation provision, means the number required by the IRS to be 
used by the offeror in reporting income tax and other returns. 

(b) The offeror is required to submit the information required in 
paragraphs (c) through (e) of this solicitation provision in order 
to comply with, reporting requirements of 26 U.S.C. 6041, 6041A, and 
6050M and implementing regulations issued by the Internal Revenue 
Service (IRS). If the resulting contract is subject to reporting 
requirements described in 4.902(a), the failure or refusal by the 
offeror to furnish the information may result in a 20 percent 
reduction of payments otherwise due under the contract. 

(c) Taxpayer Identification Number (TIN). 

; TIN:__ 

TIN has been applied for. 

’ ' TIN is not required because: 

’ ] Offeror is a nonresident alien, foreign corporation, or 
foreign partnership that does not have income effectively 
connected with the conduct of a trade or business in the U.S. 
and does not have an office or place of business or a fiscal 
paying agent in the U.S.; 

[ ] Offeror is an agency or instrumentality of a foreign 
government; 

[ ] Offeror is an agency or instrumentality of a Federal, state, 
or local government; 

[ ] Other. State basis. . 

(d) Corporate Status. 

[ ] Corporation providing medical and health care services, 

or engaged in the billing and collecting of payments for such 
services; 

1 Other corporate entity; 

[ ' Not a corporate entity; 

' Sole proprietorship 

[ Partnership 

] Hospital or extended care facility described in 26 CFR 
501(c)(3) that is exempt from taxation under 26 CFR 501(a). 

(e) Common Parent. 

[ ] Offeror is not owned or controlled by a common parent 
as defined in paragraph (a) of this clause. 
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[ ] Name and TIN of common parent: 


Name 

TIN 


K.5 CONTRACTOR ESTABLISHMENT CODE (PAR 52.204-4) (AUG 1989) 

In the Block with its name and address, the offeror should supply 
the Contractor Establishment Code applicable to that name and 
address, if known to the offeror. The number should be preceded by 
"CEC:". Offerors should take care to report the correct CEC and not 
a similar number assigned to the Offeror in a different system. 

The CEC is a 9-digit code assigned to a contractor establishment 
that contracts with a Federal executive agency. The CEC system is a 
contractor identification coding system which is currently the Dun 
and Bradstreet Data Universal Numbering System (DUNS). The CEC 
system is distinct from the Federal Taxpayer Identification Number 
(TIN) system. 

The Government will obtain a Contractor Establishment Code for any 
awardee that does not have or does not know its CEC. 


K.6 CERTIFICATION REGARDING DEBARMENT, SUSPENSION, PROPOSED 
DEBARMENT, AND OTHER RESPONSIBILITY MATTERS 
(FAR 52.209-5) (MAY 1989) 

(a)(1) The Offeror certifies, to the best of its knowledge and 
belief, that— 

(i) The offeror and/or any of its Principals— 

(A) Are ( ) are not ( ) presently debarred, 

suspended, proposed for debarment, or declared ineligible for the 
award of contracts by any Federal agency; 

(B) Have ( ) have not ( ), within a 3-year period 

preceding this offer, been convicted of or had a civil judgment 
rendered against them for: commission of fraud or a criminal 
offense in connection with obtaining, attempting to obtain, or 
performing a public (Federal, state, or local) contract or 
subcontract; violation of Federal or state antitrust statutes 
relating to the submission of offers; or commission of embezzlement, 
theft, forgery, bribery, falsification or destruction of records, 
making false statements, or receiving stolen property; and 

(C) Are ( ) are not ( ) presently indicted for, or 

otherwise criminally or civilly charged by a governmental entity 
with, commission of any of the offenses enumerated in subdivision 
(A)(1)(i)(B) of this provision. 

(ii) The Offeror has ( ) has not ( ), within a 3-year 
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period preceding this offer, had one or more contracts terminated 
for default by any Federal agency. 

(2) "Principals,” for the purposes of this certification, means 
officers; directors; owners, partners; and, persons having primary 
management or supervisory responsibilities within a business entity 
(e.g., general manager; plant manager; head of a subsidiary, 
division or business segment, and similar positions). 

THIS CERTIFICATION CONCERNS A MATTER WITHIN THE JURISDICTION OF 
AN AGENCY OF THE UNITED STATES AND THE MAKING OF A FALSE, 

FICTITIOUS, OR FRAUDULENT CERTIFICATION MAY RENDER THE MAKER SUBJECT 
TO PROSECUTION UNDER SECTION 1001, TITLE 18, UNITED STATES CODE. 

(b) The Offeror shall provide immediate written notice to the 
Contracting Officer if, at any time prior to contract award, the 
Offeror learns that its certification was erroneous when submitted 
or has become erroneous by reasons of changed circumstances. 

(c) A certification that any of the items in paragraph (a) of 
this provision exists will not necessarily result in withholding of 
an award under this solicitation. However, the certification will 
be considered in connection with a determination of the Offeror's 
responsibility. Failure of the Offeror to furnish a certification 
or provide such additional information as requested by the 
Contracting Officer may render the Offeror nonresponsible. 

(d) Nothing contained in the foregoing shall be construed to 
require establishment of a system of records in order to render, in 
good faith, the certification required by paragraph (a) of this 
provision. The knowledge and information of an Offeror is not 
required to exceed that which is normally possessed by a prudent 
person in the ordinary course of business dealings. 

(e) The certification in paragraph (a) of this provision Is a 
material representation of fact upon which reliance was placed when 
making award. If it is later determined that the Offeror knowingly 
rendered an erroneous certification, in addition to other remedies 
available to the Government, the Contracting Officer may terminate 
the contract resulting from this solicitation for default. 


K.7 TYPE OF BUSINESS ORGANIZATION--SEALED BIDDING 
(FAR 52.214-2) (JUL 198?) 

The bidder, by checking the applicable box, represents that—- 

(a) It operates as [ ] a corporation incorporated under the laws 

of the State of _, [ ] an individual, [ ] a 

partnership, [ ]'a nonprofit organisation, or [ ] a joint venture; 
or 


(b) If the bidder is a foreign entity, it operates as [ ] an 
individual, [ ] a partnership, [ ] a nonprofit organization, [ ] a 
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joint venture, or [ ] a corporation, registered for business in 
_ (country). 


K.8 SMALL BUSINESS CONCERN REPRESENTATION 
(FAR 52.219-1) (JAN 1991) 

(a) Representation. The offeror represents and certifies as part 
of its offer that it [ ] is, [ ] is not a small business concern and 
that [ ] all, [ ] not all end items to be furnished will be 
manufactured or produced by a small business concern in the United 
States, its territories or possessions, Puerto Rico, or the Trust 
Territory of the Pacific Islands. 

(b) Definition. Small business concern, as used in this 
provision, means a concern, including its affiliates, that is 
independently owned and operated, not dominant in the field of 
operation in which it is bidding on Government contracts, and 
qualified as a small business under the criteria and size standards 
in this solicitation. 

(c) Notice. Under 15 U.S.C. 645(d), any person who misrepresents 
a firm's status as a small business concern in order to obtain a 
contract to be awarded under the preference programs established 
pursuant to sections 8(a), 8(d), 9, or 15 of the Small Business Act 
or any other provision of Federal law that specifically references 
section 8(d) for a definition of program eligibility, shall— 

(1) be punished by imposition of a fine, imprisonment, or 

both; 


(2) be subject to administrative remedies; including 
suspension and debarment; and 

(5) "be ineligible for participation in programs conducted 
under the authority of the Act. 


K.9 SMALL DISADVANTAGED BUSINESS CONCERN 

REPRESENTATION (FAR 52.219-2) (FEB 1990) 

(a) Representation. The offeror represents that it [ ] is, [ ] is 
not a small disadvantaged business concern. 

(b) Definitions. 

Asian Pacific Americans, as used in this provision, means United 
States citizen whose origins are in Japan, China, the Philippines, 
Vietnam, Korea, Samoa, Guam, the U.S. Trust Territory of the Pacific 
Islands (Republic of Palau), the Northern Mariana Islands, Laos, 
Kampuchea, (Cambodia), Taiwan, Burma, Thailand, Malaysia, Indonesia, 
Singapore, Brunei, Republic of the Marshall Islands, or the Federal 
States of Micronesia. 
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Indian tribe, as used in this provision, means any Indian tribe, 
band, nation, or other organized group or community of Indians, 
Including any Alaska Native Corporation as defined in 13 CFR 124-100 
which is recognized as eligible for the special programs and 
services provided by the U.S. to Indians because of their status as 
Indians, or which is recognized as such by the State in which such 
tribe, band, nation, group, or community resides. 

Native Americans, as used in this provision, means American 
Indians, Eskimos, Aleuts, and native Hawaiians. 

Native Hawaiian Organization, as used, in this provision, means any 
community service organization serving Native Hawaiians in, and 
chartered as a not-for-profit organization by, the State of Hawaii, 
which is controlled by Native Hawaiians, and whose business 
activities will principally benefit such Native Hawaiians. 

Small business concern, as used in this provision, means a 
concern, including Its affiliates, that is independently owned and 
operated, not dominant in the field of operation in which It is 
bidding on Government contracts, and qualified as a small business 
under the criteria and size standards in 13 CFR part 121. 

Small disadvantaged business concern, as used in this provision, 
means a small business concern that (a) is at least 51 percent 
unconditionally owned by one or more individuals who are both 
socially and economically disadvantaged, or a publicly owned 
business having at least 51 percent of its stock unconditionally 
owned by one or more socially and economically disadvantaged 
individuals and (b) has its management and daily business controlled 
by one or more such individuals. This term also means a small 
business concern that is at least 51 percent unconditionally owned 
by an economically disadvantaged Indian tribe or Native Hawaiian 
Organization, or a publicly owned business having at least 51 
percent of its stock unconditionally owned by one of these entities 
which has its management and daily business controlled by members of 
an economically disadvantaged Indian tribe or Native Hawaiian 
Organization, and which meets the requirements of 13 CFR part 124* 

Subcontinent Asian Americans,, as used in this provision, means 
United States citizens whose origins are in India, Pakistan, 
Bangladesh, Sri Lanka, Bhutan, or Nepal. 

(c) Qualified groups. The offeror shall presume that socially and 
economically disadvantaged individuals include Black Americans, 
Hispanic Americans, Native Americans, Asian-Pacific Americans, 
Subcontinent Asian Americans, and other individuals found to be 
qualified by SBA under 13 CFR 124* The offeror shall presume that 
socially and economically disadvantaged entities also include Indian 
tribes and Native Hawaiian Organizations. 
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K.10 WOMEN-OWNED SMALL BUSINESS REPRESENTATION 
(FAR 52.219-3) (APR 1984) 

(a) Representation. The offeror represents that it [ ] is, [ ] is 
not a women-owned small "business concern. 

(b) Definitions. 

"Small business concern," as used in this provision, means a 
concern, including its affiliates, that is independently owned and 
operated, not dominate in the field of operation in which it is 
bidding on Government contracts, and qualified as a small business 
under the criteria and size standards in 13 CFR 121. 

"Women-owned," as used in this provision, means a small business 
that is at least 51 percent owned by a woman or women who are U.S. 
citizens and who also control and operate the business. 


K.11 CERTIFICATION OF NONSEGREGATED FACILITIES 
(FAR 52.222-21) (APR 1984) 

(a) "Segregated facilities," as used in this provision, means any 
waiting rooms, work areas, rest rooms and wash rooms, restaurants 
and other eating areas, time clocks, locker rooms and other storage 
or dressing areas, parking lots, drinking fountains, recreation or 
entertainment areas, transportation, and housing facilities provided 
for employees, that are segregated by explicit directive or are in 
fact segregated on the basis of race, color, religion, or national 
origin because of habit, local custom, or otherwise. 

(b) By the submission of this offer, the offeror certifies that it 
does not and will not maintain or provide for its employees any 
segregated facilities at any of its establishments, and that it does 
not and will not permit its employees to perform their services at 
any location under its control where segregated facilities are 
maintained. The offeror agrees that a breach of this certification 
is a violation of the Equal Opportunity clause in the contract. 

(c) The offeror further agrees that (except where it has obtained 
identical certifications from proposed subcontractors for specific 
time periods) it will— 

(1) Obtain identical certifications from proposed subcontractors 
before the award of subcontracts under which the subcontractor will 
be subject to the Equal Opportunity clause; 

(2) Retain the certifications in the files; and 

(3) Forward the following notice to the proposed subcontractors 
(except if the proposed subcontractors have submitted identical 
certifications for specific time periods): 

NOTICE TO PROSPECTIVE SUBCONTRACTORS OF REQUIREMENT FOR 
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CERTIFICATIONS OF NONSEGREGATED FACILITIES 

A Certification of Nonsegregated Facilities must be submitted 
before the award of a subcontract under which the subcontractor will 
be subject to the Equal Opportunity clause. The certification may 
be submitted either for each subcontract or for all subcontracts 
during a period (i.e., quarterly, semiannually, or annually). 

NOTE: The penalty for making false statements in offers is 

prescribed in 18 U.S.C. 1001. 


K.12 PREVIOUS CONTRACTS AND COMPLIANCE REPORTS 
(FAR 52.222-22) (APR 1984) 

The offeror represents that-— 

(a) It [ ] has, [ ] has not participated in a previous contract or 
subcontract subject either to the Equal Opportunity clause of this 
solicitation, the clause originally contained in Section 510 of 
Executive Order No. 10925, or the clause contained in Section 201 of 
Executive Order No. 11114; 

(b) It [ ] has, [ ] has not filed all required compliance reports; 
and 

(c) Representations indicating submission of required compliance 
reports, signed by proposed subcontractors, will be obtained before 
subcontract awards. 


K.15 CLEAN AIR AND WATER CERTIFICATION 
(FAR 52.223-1) (APR 1984) 

The Offeror certifies that— 

(a) Any facility to be used in the performance of this proposed 
contract is [ ], is not [ ] listed on the Environmental Protection 
Agency (EPA) List of Violating Facilities; 

(b) The Offeror will immediately notify the Contracting Officer, 
before award, of the receipt of any communication from the 
Administrator, or a designee, of the EPA, indicating that any 
facility that the Offeror proposes to use for the performance of 
the contract is under consideration to be listed on the EPA List 
of Violating Facilities; and 

(c) The Offeror will include a certification substantially the 
same as this certification, including this paragraph (c), in every 
nonexempt subcontract. 
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K.14 CERTIFICATION REGARDING A DRUG-FREE WORKPLACE 
(FAR 52.223-5) (JUL 1990) 

(a) Definitions. As used in this provision, 

"Controlled substance" means a controlled substance in schedules I 
through V of section 202 of the Controlled Substances Act (21 U.S.C. 
812) and as further defined in regulation at 21 CFR 1308.11 - 
1308.15• 

"Conviction" means a finding of guilt (including a plea of nolo 
contendere) or imposition of sentence, or both, by any judicial body 
charged with the responsibility to determine violations of the 
Federal or State criminal drug statutes. 

"Criminal drug statute" means a Federal or non-Federal criminal 
statute involving the manufacture, distribution, dispensing, 
possession or use of any controlled substance. 

"Drug-free workplace" means the site(s) for the performance of 
work done by the Contractor in connection with a specific contract 
at which employees of the Contractor are prohibited from engaging in 
the unlawful manufacture, distribution, dispensing, possession, or 
use of a controlled substance. 

"Employee" means an employee of a Contractor directly engaged in 
the performance of work under a Government contract. "Directly 
engaged" is defined to include all direct cost employees and any 
other Contractor employee who has other than a minimal impact or 
involvement in contract performance. 

"Individual" means an offeror/contractor that has no more than one 
employee including the offeror/contractor. 

(b) By submission of its offer, the offeror, if other than an 
individual, who is making an offer that equals or exceeds $25,000, 
certifies and agrees that, with respect to all employees of the 
offeror to be employed under a contract resulting from this 
solicitation, it will—no later than 30 calendar days after contract 
award (unless a longer period is agreed to in writing), for 
contracts of 30 calendar days or more performance duration; or as 
soon as possible for contracts of less than 30 calendar days 
performance duration; but in any case, by a date prior to when 
performance is expected to be completed— 

(1) Publish a statement notifying such employees that the 
unlawful manufacture, distribution, dispensing, possession or use of 
a controlled substance is prohibited in the Contractor's workplace 
and specifying the actions that will be taken against employees for 
violations of such prohibition; 

(2) Establish an ongoing drug-free awareness program to inform 
such employees about— 
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(i) The dangers of drug abuse in the workplace; 

(ii) The Contractor's policy of maintaining a drug-free 
workplace; 

(iii) Any available drug counselings, rehabilitation, and 
employee assistance programs; and 

(iv) The penalties that may be imposed upon employees for 
drug abuse violations occurring in the workplace; 

(3) Provide all employees engaged in performance of the 
contract with a copy of the statement required by subparagraph 
(b)(1) of this provision; 

( 4 ) Notify such employees in writing in the statement required 
by subparagraph (b)(1) of this provision that, as a condition of 
continued employment on the contract resulting from this 
solicitation, the employee will—- 

(i) Abide by the terms of the statement; and 

(ii) Notify the employer in writing of the employee's 
conviction under a criminal drug statute for a violation occurring 
in the workplace no later than 5 calendar days after such 
conviction; 

(5) Notify the Contracting Officer in writing within 10 calendar 
days after receiving notice under subdivision (b)(4)(ii) of this 
provision, from an employee or otherwise receiving actual notice of 
such conviction. The notice shall include the position title of the 
employee; and 

(6) Within 30 calendar days after receiving notice under 
subdivision (b)(4)(ii) of this provision of a conviction, take one 
of the following actions with respect to any employee who is 
convicted of a drug abuse violation occurring in the workplace: 

(i) Take appropriate personnel action against such employee, 
up to and including termination; or 

(ii) Require such employee to satisfactorily participate in 
a drug abuse assistance or rehabilitation program approved for such 
purposes by a Federal, State, or local health, law enforcement, or 
other appropriate agency. 

(7) Make a good faith effort to maintain a drug-free workplace 
through implementation of subparagraphs (b)(1) through (b)(6) of 
this provision. 

(c) By submission of its offer, the offeror, if an individual who 
is making an offer of any dollar value, certifies and agrees that 
the offeror will not engage in the unlawful manufacture, 
distribution, dispensing, possession, or use of a controlled 
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substance in the performance of the contract resulting from this 
solicitation. 

(d) Failure of the offeror to provide the certification required 
by paragraphs (b) or (c) of this provision, renders the offeror 
unqualified and ineligible for award. (See FAR 9*104-1(g) and 
19*602-1 (a)(2)(i).) 

(e) In addition to other remedies available to the Government, 
the certification in paragraphs (b) or (c) of this provision 
concerns a matter within the jurisdiction of an agency of the United 
States and the making of a false, fictitious, or fraudulent 
certification may render the maker subject to prosecution under 
Title 18, United States Code, Section 1001. 


K.15 NOTICE OF RESTRICTIONS ON CONTRACTING WITH 

SANCTIONED PERSONS (FAR 52*225-12) (MAY 1989) 

(a) Statutory prohibitions have been imposed on contracting with 
sanctioned persons, as specified in Federal Acquisition Regulation 
(FAR) 52.225-13, Restrictions on Contracting with Sanctioned 
Persons. 

(b) By submission of this offer, the Offeror represents that no 
products or services, except those listed in this paragraph (b), 
delivered to the Government under any contract resulting from this 
solicitation will be products or services of a sanctioned person, as 
defined in the clause referenced in paragraph (a) of this provision, 
unless one of the exceptions in paragraph (d) of the clause at FAR 
52.225-13 applies. 

Product or Service Sanctioned Person 


(List as necessary) 


K.16 REQUIREMENT FOR CERTIFICATE OF PROCUREMENT 
INTEGRITY (FAR 52.203-8) (NOV 1990) 

(a) Definitions. The definitions at FAR 3.104-4 are hereby 
incorporated in this provision. 

(b) Certifications. As required in paragraph (c) of this 
provision, the officer or employee responsible for this offer 
shall execute the following certification: 

CERTIFICATE OF PROCUREMENT INTEGRITY 

(1) I, [Name of certifier] ___, 

am the officer or employee responsible for the preparation 
of this offer and hereby certify that, to the best of my 
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knowledge and belief, with the exception of any information 
described in this certificate, I have no information 
concerning a violation or possible violation of subsection 
27(a), (b), (d), or (f) of the Office of Federal Procurement 
Policy Act, as amended* (41 TJ.S.C. 423), (hereinafter 
referred to as "the Act"), as implemented in the FAR, 
occurring during the conduct of this procurement 
[solicitation number] . 

(2) As required by subsection 27(e)(1)(B) of the Act, I 
further certify that, to the best of my knowledge and belief, 
each officer, employee, agent, representative, and consultant 

of [Name of OfferorJ____ __who has 

participated personally and substantially in the preparation 
or submission of this offer has certified that he or she is 
familiar with, and will comply with, the requirements of 
subsection 27(a) of the Act, as implemented in the FAR, and 
will report immediately to me any information concerning a 
violation or possible violation of subsections 27(a), (b), 

(d), or (f) of the Act, as implemented in the FAR, pertaining 
to this procurement. 

(3) Violations or possible violations: (Continue on 

plain bond paper if necessary and label Certificate of 
Procurement Integrity (Continuation Sheet), ENTER NONE 
IF NONE EXIST) _ 


(4) I agree that, if awarded a contract under this 
solicitation, the certifications required by subsection 
27(e)(1)(B) of the Act shall be maintained in accordance 
with paragraph (f) of this provision. 

[Signature of the officer or 
employee responsible for the 
offer and date] 


[Typed name of the officer or 
employee responsible for the 
offerJ 


♦Subsections 27(a), (b), and (d) are effective on December 1, 
1990. Subsection 27(f) is effective on June 1, 1991. 

THIS CERTIFICATION CONCERNS A MATTER WITHIN THE JURISDICTION 
OF AN AGENCY OF THE UNITED STATES AND THE MAKING OP A FALSE, 
FICTITIOUS, OR FRAUDULENT CERTIFICATION MAY RENDER THE MAKER 
SUBJECT TO PROSECUTION UNDER TITLE 18, UNITED STATES CODE, 
SECTION 1001. 
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(End of certification) 

(c) (1) For procurements using sealed bidding procedures, the 
signed certifications shall be submitted by each bidder with the 
bid submission'except for procurements using two-step sealed 
bidding procedure (see Subpart 14*5)* For those procurements, 
the certifications shall be submitted with submission of the step 
two sealed bids. A certificate is not required for indefinite 
delivery contracts (see Subpart 16.5) unless the total estimated 
value of all orders eventually to be placed under the contract is 
expected to exceed $100,000. 

(2) For contracts and contract modifications which include 
options, a certificate is required when the aggregate value 
of the contract or contract modification and all options 
(see 3.l04-4(e)) exceeds $100,000. 

(3) Failure of a bidder to submit the signed certificate 
with its bid shall render the bid nonresponsive. 

(d) Pursuant to FAR 3*104-9(4), the Offeror may be requested 
to execute additional certifications at the request of the 
Government. Failure of an Offeror to submit the additional 
certifications shall cause its offer to be rejected. 

(e) A certification containing a disclosure of a violation 
or possible violation will not necessarily result in the with¬ 
holding of award under this solicitation. However, the 
Government, after evaluation of the disclosure, may cancel this 
procurement or take any other appropriate actions in the 
interests of the Government, such as disqualification of the 
Offeror. 

(f) In making the certification in paragraph (2) of the 
certificate, the officer or employee of the competing contractor 
responsible for the offer may rely upon a one-time certification 
from each individual required to submit a certification to the 
competing contractor, supplemented by periodic training. These 
certifications shall be obtained at the earliest possible date 
after an individual required to certify begins employment or 
association with the contractor. If a contractor decides to rely 
on a certification executed prior to the suspension of section 27 
(i.e., prior to December 1, 1989), the Contractor shall ensure 
that an individual who has so certified is notified that section 
27 has been reinstated. These certifications shall be maintained 
by the Contractor for 6 years from the date a certifying 
employee’s employment with the company ends or, for an agent, 
representative, or consultant, 6 years from the date such 
individual ceases to act on behalf of the Contractor. 

(g) Certifications under paragraphs (b) and (d) of this 
provision are material representations of fact upon which 
reliance will be placed in awarding a contract. 
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K.17 SMALL BUSINESS CONCERN REPRESENTATION FOR THE 
SMALL BUSINESS COMPETITIVENESS DEMONSTRATION 
PROGRAM (PAR 52.219-19) (JAN 1991) 

(a) Definition. 

Emerging small Business as used in this solicitation, means a 
small business concern whose size is no greater than 50 percent 
of the numerical size standard applicable to the standard 
industrial classification code assigned to a contracting 
opportunity. 

(b) (Complete only if Offeror has certified itself under the 
clause at 52.219-1 as a small business concern under the size 
standards of this solicitation.) 

The Offeror represents and certifies as part of its offer 
that it [ ] is, [ ] is not an emerging small business. 

(c) (Complete only if the Offeror is a small business or an 
emerging small business, indicating its size range.) 

Offeror's number of employees for the past 12 months (check 
this column if size standard stated in solicitation is expressed 
in terms of number of employees) or Offeror's average annual 
gross revenue for the last 3 fiscal years (check this column if 
size standard stated in solicitation is expressed in terms of 
annual receipts). (Check one of the following.) 


No 


of Employees 


Avg. annual gross revenues 


50 or fewer 

51 - 100 
101 - 250 
251 - 500 
501 - 750 
751 - 1,000 
Over 1,000 


$1 million or less 
$1,000,001 - $2 million 
$2,000,001 - $3*5 million 
$3,500,001 - $5 million 
$5,000,001 - $10 million 
$10,000,001 - $17 million 
Over $17 million 


K.18 SMALL BUSINESS SIZE REPRESENTATION FOR TARGETED INDUSTRY 
CATEGORIES UNDER THE SMALL BUSINESS COMPETITIVENESS 
DEMONSTRATION PROGRAM (FAR 52.219-21) (JAN 1991) 

(Complete only if the Offeror has certified itself under the 
clause at 52.219-1 as a small business concern under the size 
standards of this solicitation.) 
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Offeror represents and certifies as follows: 

Offeror's number of employees for the past 12 months (check this 
column if size standard stated in solicitation is expressed in terms 
of number of employees) or Offeror's average annual gross revenue 
the last 3 fiscal years (check this column if size standard stated 
solicitation is expressed in terms of annual receipts). (Check one 
the following.) 


No. of employees 

Avg. annual gross 

50 or fewer 

$1 million or less 

51-100 

$1,000,001-$2 million 

101-250 

$2,000,001-$3.5 million 

251-500 

$3,500,001-$5 million 

501-750 

$5,000,001-$10 million 

751-1,000 

$10,000,001-$17 million 

Over 1,000 

Over $17 million 





SCS-2-CA-91 


Page 75 


Section L 


SECTION I - INSTRUCTIONS, CONDITIONS, AND NOTICES 

TO OFFERORS 


L.1 SOLICITATION PROVISIONS INCORPORATED BY REFERENCE 
(FAR 52.252-1) (JUN 1988) 


This solicitation incorporates one or more solicitation provisions 
by reference, with the same force and effect as if they were given 
in full text. Upon request, the Contracting Officer will make their 
full text available. 

I. FEDERAL ACQUISITION REGULATION (48 CFR CHAPTER 1) 
SOLICITATION PROVISIONS 

PROVISION 


NUMBER 


DATE 

TITLE 

52.214-1 

JUL 

1987 

SOLICITATION DEFINITIONS — 

SEALED BIDDING 

52.214-5 

DEC 

1989 

AMENDMENTS TO INVITATIONS 

FOR BIDS 

52.214-4 

APR 

1984 

FALSE STATEMENTS IN BIDS 

52.214-5 

DEC 

1989 

SUBMISSION OF BIDS 

52.214-6 

APR 

1984 

EXPLANATION TO PROSPECTIVE 

BIDDERS 

52.214-7 

DEC 

1989 

LATE SUBMISSIONS, MODIFICATIONS, 

AND WITHDRAWALS OF BIDS 

WITHDRAWALS OF BIDS 

52.214-17 

APR 

1984 

AFFILIATED BIDDERS 

52.214-18 

APR 

1984 

PREPARATION OF BIDS — CONSTRUCTION 


L.2 INQUIRIES (AGAR 452.204-71) (FEB 1988) 


Inquiries and all correspondence concerning this solicitation 
should be submitted in writing to the Contracting Officer. Offerors 
should contact only the contracting officer issuing the solicitation 
about any aspect of this requirement prior to contract award. 


L.3 AVAILABILITY OF SPECIFICATIONS LISTED IN THE 

GSA INDEX OF FEDERAL SPECIFICATIONS, STANDARDS AND 
COMMERCIAL ITEM DESCRIPTIONS (FAR 52.210-1) 

(JUN 1988) 

(a) A single copy of each specification cited in this 
solicitation is available without charge from the GSA Specifications 
Units, 7th & D Sts., SW. , Washington, DC 20407 (202-708-9205 or 
708-7140), or from any of the General Services Administration 
Business Service Centers which are located in Boston, MA; New York, 
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NY; Philadelphia, PA; Atlanta, GA; Chicago, IL; Kansas City, MO;; Ft. 
Worth, TX; San Francisco, CA; Los Angeles, CA; and Auburn, WA. 
Additional copies may be purchased from the GSA Specifications Unit 
in Washington, DC. 

(b) The GSA Index of Federal Specifications, Standards and 
Commercial Items Descriptions may be purchased from the 
Superintendent of Documents, U.S. Government Printing Office, 
Washington, D.C. 20402. 


L.4 CONTRACT AWARD-SEALED BIDDING—CONSTRUCTION 
(FAR 52.214-19) (FEB 1986) 


(a) The Government will evaluate bids in response to this 
solicitation without discussions and will award a contract to the 
responsible bidder whose bid, conforming to the solicitation, will 
be most advantageous to the Government, considering only price and 
the price-related factors specified elsewhere in the solicitation. 

(To) The Government may reject any or all bids, and waive 
informalities or minor irregularities in bids received. 

(c) The Government may accept any item or combination of items, 
unless doing so is precluded by a restrictive limitation in the 
solicitation or the bid. 


L.5 SET-ASIDE/SIZE-STANDARD INFORMATION 
(AGAR 452.219-70) (FEB 1988) 

This solicitation includes the following set-aside and/or size 
standard criteria: 

(a) Percent of the set-aside: 100$ 

(b) Type of set-aside: Total, Labor Surplus 

(c) Small business size standard or other criteria: No more 
than 17 million dollars average annual receipts for an offeror's 
preceeding 3 fiscal years. 

(d) Standard Industrial Classification (SIC Code): 1629* 


1.6 NOTICE OF REQUIREMENT FOR AFFIRMATIVE ACTION 
TO ENSURE EQUAL EMPLOYMENT OPPORTUNITY 
(FAR 52.222-23) (APR 1984) 

(a) The offeror's attention is called to the Equal Opportunity 
clause and the Affirmative Action Compliance Requirements for 
Construction clause of this solicitation. 
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(b) The goals for minority and female participation, expressed in 
percentage terms for the Contractor’s aggregate workforce in each 
trade on all construction work in the covered area, are as follows: 

Percent of Contractor 

Trade Aggregate Workforce 

% 

ALL 19-6 


Goals for female participation for each trade: 

Percent of Contractor 

Trade Aggregate Workforce 


ALL 


6.9 


These goals are applicable to all the Contractor's construction 
work performed in the covered area. If the Contractor performs 
construction work in a geographical area located outside of the 
covered area, the Contractor shall apply the goals established for 
the geographical area where the work is actually performed. Goals 
are published periodically in the Federal Register in notice form, 
and these notices may be obtained from any Office of Federal 
Contract Compliance Programs office. 

(c) The Contractor's compliance with Executive Order 11246, as 
amended, and the regulations in 41 CFR 60-4 shall be based on (1) 
its implementation of the Equal Opportunity clause, (2) specific 
affirmative action obligations required by the clause entitled 
"Affirmative Action Compliance Requirements for Construction," and 
(3) its efforts to meet the goals. The hours of minority and female 
employment and training must be substantially uniform throughout the 
length of the contract, and in each trade. The Contractor shall 
make a good faith effort to employ minorities and women evenly on 
each of its projects. The transfer of minority or female employees 
or trainees from Contractor to Contractor, or from project to 
project, for the sole purpose of meeting the Contractor's goals 
shall be a violation of the contract, Executive Order 11246, as 
amended, and the regulations in 41 CFR 60-4* Compliance with the 
goals will be measured against the total work hours performed. 

(d) The Contractor shall provide written notification to the 
Director, Office of Federal Contract Compliance Programs, within 10 
working days following award of any construction subcontract in 
excess of $10,000 at any tier for construction work under the 
contract resulting from this solicitation. The notification shall 
list the— 

(1) Name, address, and telephone number of the subcontractor; 
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(1) Employer identification number of the subcontractor; 

(2) Estimated dollar amount of the subcontract; 

(3) Estimated starting and completion dates of the subcontract; 

and 

(4) Geographical area in which the subcontract is to be performed. 

(e) As used in this Notice, and in any contract resulting from 
this solicitation, the "covered area" is: 

(7400) San Jose, and Santa Clara County, California. 


L.7 NOTICE OP REQUIRED BID GUARANTEE 
(AGAR 452.228-70) (PEB 1988) 

If a contract exceeds $25,000, each bidder must submit a bid 
guarantee in the amount of 20 percent of the total bid price, but in 
no event shall the penal sum exceed $3 million. If a bid bond is 
submitted, it should be on Standard Form 24* Money orders, cashiers 
checks, or certified checks, if used, shall be drawn payable to: 
USDA, Soil Conservation Service. 


1.8 PRE-BID/PRE-PROPOSAL CONFERENCE AND SITE VISIT 
(AGAR 452.237-72) (PEB 1988) 

(a) The Government is planning a pre-bid/pre-proposal conference 
and site visit during which potential offerors may obtain a better 
understanding of the work required. 

(b) Offerors are strongly urged to visit this site during the 
conference to fully inform themselves about the location and 
conditions under which the work is to be performed. 

(c) Offerors are encouraged to submit all questions in writing at 
least five (5) days prior to the conference. Questions will be 
considered at any time prior to, or during, the conference; however, 
offerors will be asked to confirm verbal questions in writing. 
Subsequent to the conference an amendment containing an abstract of 
the questions and answers, and a list of attendees, will be 
disseminated. 

(d) In order to facilitate conference preparations it is requested 
that the person named on the Standard Form 1442 of this solicitation 
be contacted and advised of the number of persons who will attend. 

(e) The Government assumes no responsibility for any expense 
incurred by an offeror prior to contract award. 

(f) Offerors are cautioned that, notwithstanding any remarks or 
clarifications given at the conference, all terms and conditions of 
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the solicitation remain unchanged unless they are changed by 
amendment to the solicitation. If the answers to conference 
questions, or any solicitation amendment, create ambiguities it is 
the responsibility of the offeror to seek clarification prior to 
submitting an offer. 

(g) The conference will be held: 

Date: 3/5/91 
Time: 10:30 A.M. 

Location: USDA, Soil Conservation Service 

8352 Church St., Suite D 
Gilroy, CA 95020 


L.9 SERVICE OF PROTEST (FAR 52.233-2) (NOV 1988) 

(a) Protests, as defined in section 33*101 of the Federal 
Acquisition Regulation, that are filed directly with any agency, and 
copies of any protests that are filed with the General Accounting 
Office (GAO) or the General Services Administration Board of 
Contract Appeals (GSCBA), shall be served on the Contracting Officer 
(addressed as follows) by obtaining written and dated acknowledgment 
of receipt from: 

Ray Miller 

USDA, Soil Conservation Service 
.21 21 -C 2nd St. , Suite 102 
Davis, CA 95616-5475 


(b) The copy of any protest shall be received in the office 
designated above on the same day a protest is filed with the GSBCA 
or within one day of filing a protest with the GAO. 


L.10 AUTHORIZED DEVIATIONS IN PROVISIONS 
(FAR 52.252-5) (APR 1984) 

(a) The use in this solicitation of any Federal Acquisition 
Regulation (48 CFR Chapter 1) provision with an authorized deviation 
is indicated by the addition of "(DEVIATION)" after the date of the 
provision. 

(b) The use in this solicitation of any United States Department 
of Agriculture Acquisition Regulation (48 CFR Chapter 15) provision 
with an authorized deviation is indicated by the addition of 
"(DEVIATION)" after the name of the regulation. 
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L. 1 1 AVAILABILITY OP SPECIFICATIONS LISTED IN THE DOI) 

INDEX OP SPECIFICATIONS AND STANDARDS (DODISS) 

(PAR 52.210-2) (SEP 1990) 

Single copies of specifications cited in this solicitation 
may be obtained by submitting a written request to the supply 
point listed below. The request must contain the title of the 
specification, its number, date, applicable amendment(s), and 
the solicitation or contract number. A telephone order entry 
system is available with the use of a touch tone telephone. 

A Customer Number is required to use this system and may be 
obtained by written request to the address listed below or by 
telephone (215-697-2179)* In case of urgency, telegraphic 
requests are acceptable. Voluntary standards, which are not 
available to offerors and contractors from Government sources, 
may be obtained from the organisation responsible for their 
preparation,.maintenance, or publication. 

Standardization Document 
Order Desk, Building 4, Section D 
700 Robbins Avenue 
Philadelphia, PA 19111-5094 

Telex Number...854295 

Western Union Number ..... 710-670-1685 

Telephone Number......(215) 697-3321 (Express 

shipment pickup) 

Telephone Order Entry System (TOES).Numbers.. 

(215) 697-1187 through and including (215) 697-1197 


L.12 AVAILABILITY OP SPECIFICATIONS NOT LISTED IN THE GSA 
INDEX OP FEDERAL SPECIFICATIONS, STANDARDS AND 
COMMERCIAL ITEM DESCRIPTIONS (PAR 52.210-3) (JUN 1988) 

The specifications cited in this solicitation may be obtained 
from: 


ASTM STANDARDS 

American Society for Testing Materials 
1916 Race Street 
Philadelphia, PA 19103 

ACI STANDARDS 

American Concrete Institute 
P. 0. Box 19150 
Redford Station 
Detroit, MI 48219 

SCS TR 62 

USDA,, Soil Conservation Service 
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2121-C 2nd St.,Suite 102 
Davis, CA 95616 

STATE SPECIFICATIONS AND STANDARD PLANS 

State of California 
Department of Transportation 
Central Publication Distribution Unit 
6002 Folsom Blvd. 

Sacramento, CA 95819 

AMERICAN WELDING SOCIETY 

American Welding Society- 
345 East 47 Street 
New York, NY 10017 

AMERICAN INSTITUTE OF STEEL CONSTRUCTION 

American Institute of Steel Construction 
400 N. Michigan Avenue 
Chicago, IL 60611 

CAL-OSHA 

Department of Industrial Safety 

Public Information 

P.0. Box 603 

San Francisco, CA 94101 


L.13 SIC CODE AND SMALL BUSINESS SIZE STANDARD 
(FAR 52.219-22) (JAN 1991) 

(a) The standard industrial classification (SIC) code for this 
acquisition is 1629* 

(b) (1) The small business size standard is no more than 
17 million dollars average annual receipts for an offeror's 
preceeding 3 fiscal years. 

(2) The small business size standard for a concern which 
submits an offer in its own name, other than on a construction 
or service contract, but which proposes to furnish a product 
which it did not itself manufacture, is 500 employees. 
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SECTION M 


- EVALUATION FACTORS FOR AWARD 


[For this Solicitation, there are NO provisions in this Section] 



